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Unit costs provided in this report for project improvements have been 
adjusted to reflect certain conditions inthe Project Area. The area is old, 
existing streets and utilities have been in place many years and are a combination 
of the old and the new. Many of the underground systems have been added to over 


the years and, in some cases, are inadequate even for the existing buildings. 


In all of the following estimates, 8% has been allowed for contingencies and 
7% for anticipated unit cost increase during the construction of the project, 


and 6% for engineering, or a total of 21%. 


In that the drawings and initial engineering studies are in a preliminary stage, 
the contingency figure of 8% is certainly not excessive. In some cases of 
utility adjustment this figure should be at least 10% to cover final engineering 
design. This is especially true in the design of the sanitary sewers and surface 
drains. Certain trench depths have been assumed which may materially increase 


or decrease under final design. 


Engineering New Record Construction index has risen from approximately 
710 for 1 Jamary 1957 to 875 for 1 January 1963. This six year increase has 
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amounted to 23.3% or an average of 3.98% per year. In that many of the Washington 
Park improvements will extend over the rink two to four years, the use of 7% for 
unit cost increase is a conservative figure. If the present Construction Cost 
index should continue to rise at the last six year rate this percentage should 

be 12% instead of 7%. Engineering News Record believes that construction costs 


will level off somewhat in the next five years so 7% was used instead of 124. 


These are the basic reasons for the use of 15% to cover contingencies and 
anticipated unit cost increase over the period of construction of the Washington 


Park Project. 


Topography and soil conditions in the Washington Park area do not present any 
serious engineering design problems. Some rock excavation will be necessary to 


make Disposal Parcels acceptable to developers. 


Below is a summary of the cost for Demolition and Project Improvements. Certain 
of these project improvements are to be provided as non-cash local grants-in-aid 


(see Code No. R-226). 


CODE TOTAL CHARGE 
EUMBER DESCRIPTION cost TO PROJECT 
R-224(1) Demolition & Site Clearance 1,185,000 “T, 285, 060 
R-224(2) Streets 2,234,250 2,025,100 
Rs224(3) Parxs & Playgrounds 539,500 539,500 
ees Street & Park Lighting 881,100 836,500 
R=22) 33 High Service Water 749,850 711,000 
R«22h(6 Sanitary Sewers & Storm Drains 591,900 528 , 900 
R-224(7) Police Signal System 18,700 9,350 
R-224(8) Fire Alarm System 45,900 hb, 350 
R-224(9) Traffic Control 285 , 500 214, 600 
R=224(10) Removal & Backfill of Streets 93,500 93,500 
R=224(11) Rough Grading by Parcels 333, 600 333, 600 
R-224(12) Street, Traffic & Directional Signs 89,500 76,550 
R-22(13) MTA Facilities 151,100 143,000 
GRAND TOTAL 7,199, 3 (40,950 
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As an assistance in locating specific streets on the maps making up 
the Washington Park Project there is included an alphabetic listing with 


reference to the map numbers. 
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ALPHABLTICAL LISTTMNG OF STRLLIS 
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‘bbotsford Street (salaui & Creuford) 


Akvoa Street (Alpine~Rezent) 
Alpine street (st. JaseseRosont) 


Ashvorth Park (Off Colv dus) 


Bainbricve Strect (Dele~ .alnut) 
Bartictt sirect (la berte.iashington) 
Blue wil Avenue (sorrcyedcaver) 
Souditch Court (Oct verren) 

Bover Court (O%f Bouer) 

Bover vark (Off Bover) 

Bower Place (Off Bouer) 

Lover Strect (Jelnuieverren) 

Bower Terrece (O02 Bover) 

Brinton Street (Ofi washington) 
Srookledge Street (‘tumboldteInhil)) 


Brunsvick Street (Off warren) 


Cordington Street (O21 Cobden?) 
Catavba Street (Laurcleshernan} 
Sathedral Court (Off Cethedret} 
Cathedral Stveet (Off Fenwick) 
Cheney Strect (Bluc: MiLleitnkils) 


Circuit Street (iashincion-.valnw:) 
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Bani 
Circuit Terrace (OLY Circuit) 
Clisf street (vashinstone..arren} 


Cobden Street (.icshington«.ialuut) 


Codmen Park (BrintoneCodzian 21) 
Codiian Place (Off vashincton) 
Colwibus Avenue (alnuteRitchie) 
Coins Terrace (Off Bouver) 


Cravford Street {uclnuteverren) 
Crestwood Park (Off vomsend) 


Dabney Flace (Off Regent) 

teckard Street (jierren«Huboldt) 
Dele Street (\jashington-.arren) 
Dena Gourt (Off Dene) 

Dene Plece (Off Dena) 

Dane Strect (Dudley-Clirf) 

Denison Street (Off velaut) 

Dissock Street (Columbuse.ashington) 
Dudley Street (JcshingtoneJarren) 


Dunford Strect (CobdeneFenner) 


ilbert street (Off Hudoldt) 
Llsore Park (Off uluore) 


ulis Hill Avenve (Sccvere..arren) 
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Llmore Street (Jashington-alnut) | 


Fenno Street (RocklendeRichard) 


Femrick Street (Circulteiulbert) 


Fenner Street (Rochdele-Cardincton) 


Vountain Hill (Off fountein) 
Yountain Plece (Off Fountecin) 


Fountain Street (RezenteCircuit) 


Galena Street (Llmorceiingsbury) 


Georgia Street (El: Hilleblue Hill) 


Glenood Place (Off Clemo0d) 
Glenveood Street (Cliff..:arren) 
Grosvenor Place (Off .ashington) 


Guild Street (Lunberte./eshington) 


Haley Street (Dentison-Herrishof) 
Herold verk (Off Herolc) 
Herold Street (Scavere.Jalnut) 


Herrishof Street (Off iu bolit) 
Hartwell Strect (CeorciaeSchuyler) 
Haynes Park (Off “erren) 
Hazeluood Strect (Tounsendebunroe ) 
Kerman Street (CircuiteRecent) 
destia Perk (Off .elnut) 


licwes Street (.akulicheResent) 
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NAME 

Holvorthy Street (Jalnutelimboldt) 
Hollander Street (CravfoxdeHuboldt) 
Hosestead Street (.jalnutel Ll: Hill) 


Howland (HumbolteHarolc) 
Hulbert Street (.jashincton-Regeént) 


Ikmboldt Avenue (./alnuteSeaver) 


Hutchings Street (ila Kill-Herold) 


Jevel Place (Off Otteue) 

Kensington Park (Off \iarren) 
Kensington Street (LluorceKingsbury) 
Kenway Terrace (Off dashington) 


Kingsbury Street (washington-Bainoridge) 


Lanbert Avenue (GuildeBartlett) 
Lansing Street (..crreneSherman) 
Leurel Street (Dele-thmbolict) 
leslie Park (Off walnut) 


loriner Place (Off warren) . 


Maple Street (Seaver=Ccor:iea) 
Mayfair Street (Lluore-Bainbridge) 
Mills Street (Rockland-Lcle ) 
liontena Street (CheneyGeorgia) 
it. Jarren (Off Circuit) 
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Munroe Street (elnutewJarven) 
Myrtle Street (Off Glenwood) 


ro 
Nazing Street (MepleeLluc Hil.) 


Oakville Avenuc (Off St. James) 


Ottavwe Screct (Le: veleShervian) 


Park View Street (Hutchinc-Seaver) 


Paulding Street (BainbridgeDele) 


Pleasanton street (Ruthveneilouistead) 


Pickering Avenue (Off \ielnut) 


Ray Street (Rekent-iulbert) 
Regent Court (Off Hegont) 

Regent Square (6ff Revent) 
Regent Street (Dalee.crren) 
Ritehie Street (Colucbuselarcella) 
Rock Street (RecenteRockland) 
Rochdale (Cobden-Fenner) 
iwockland Avenue (Dele#Rockland) 
Rockland Place (Off liockland) 
Rockland Street (Rocklend=iiarren) 
Ruthven Park (Off Ruthven) 
Ruthven Street (Walnutel bl: i121) 


St. James Place (Off Ste Janes) 
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NAM 
St. Janes Street ear nenaeren) 
St. Richard Street (valnutesurren) 

Schuyler Street (1m HilleBlue Hill) 


Seaver Street (.ialnuteSlue HilL) 
North side Only 


segel Street (Off Geor:ia) 
Sheruan Street (BowerRocklandj.- 
Silve Place (Off iamroe) 

Sonora Strect (kiln Hilleiaplic) 
Stemuore Place (Off .crren) 


Stenton Place (ort .olnvi) 


Tobian Place (Off vcarven) 


Townsend street (vashinctonevarren) 


wabon Street (.iarren=iicbeno) 
webveno Street (..yoning» ieumbeck) 


s€kullah Street (DaleeRockland) 


w@ldren Road (elnut Perkewvestrinster) 


€lnut Avenue (..arren»Seaver) 


dalnut Court (Off welnut) 


Jalnut Park (washingtone..clnut) 


Jardmen Road (velnut Parke Jestuinister) 


Jerren Sureet ees HilleDudicy) 
est Side Only) 
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Jashington Street (Dudlej-Coluibus ) 


Jdaunibeck Street (iarren Crawford) - 
seyne Street (Blue Hilleieple) 
wenonah Street (lm Hillewaubeck) 


Westminster Avenue (Off ashington) 


Jyoming Street (Huboldtewarren) 


Road "J" 
Road "ix" 


Road gh By 
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PROJECT IMPROVEMENT REPORT: DEMOLITION CODE NO. R-224(1) 
een ttrrereenestvesraessat~vtnine-eerurmnuninensnseieehnteseerentsnativntesnsn gatas sach sippy stn i 
The following is an explanation of the scope, character and standards applicable 


to site clearance activities. Attached is a detailed breakdown of costs for 


demolition and site clearance. 


Site clearance shall include the complete and satisfactory demolition and 
removal of the buildings and all contents therein. Basements shall be completely 


cleaned of all unsuitahle materials and debris, all partition walls, and supports 
for the appurtenances to the building. 


Foundation walls and supporting columns shall be removed four feet below 


existing ground where basements will be under new streets. 


Solid fill, consisting of non-combustible materials, such as brick, stone, and 
plaster (but not wood lath) shall be used to Pill the basement area and shall be 
placed, rolled, and tamped to within six inches of existing ground. All other 


materials not used for fill shall be removed from the site by the Contractor. 


A minimum of six inches of sanitury fill shall be used to bring the basement 
areis to existing ground elevation. Final fill shall be graded, roiled and 


finished. Where basements are under new streets or widened streets four feet 
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of gravel shall be used for the last four feet. 
The contractor shall erect fences enclosing unfilled basements. 


Extermination of rodents shall begin prior to actual demolition of structures. 
Extermination shall be in two stages: 


(1) Blitz--A suitable bait, treated with a toxic material shall be Placed in 
all structures to be demolished in order to attract the greatest possible 
number of rodents. 

(2) Maintenance--After the initial phase, voxic bait shall be placed cemi- 


monthly until basements are completely filled. 


Extermination operations shall be conducted in accordance with the rules and 


regulations of the City and State Departments of Health. 


Demolition and site clearance will involve about 1 ,el7 buildings of 1 to 4 
stories. These are mostly wood frame structures with a few of brick, reinforced 
concrete ani terra cotta. The average basement depth of the buildings is 5 
feet. This is a large demolition job, and the buildings are scattered over the 


entire project area so unit cost will be higher than in areas where there is 


more concentravion per acre of land. 


In that there will be a large percentage of material which will require burning 
or transporting by scow to Gallups Island in Boston Harbor for burning, and by 
Massachusetts state law burning within the City of Boston has been discontinued, 


demolition costs will be materially increased. 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(1) 
EXHIBIT "A" - DEMOLITION AND SITE CLEARANCE 


BUILDINGS TOTAL CUBE 
BLOCK BOUNDARY STREETS NO. CF 
The Warren-Walnut-Circuit-Fountain-Regent-St. James ~ 63 1,469,589". 
165 Warren-St. Richard-Walnut 2 86, 350 
166 Warren-Rockland-Fenno-St. Richaré 28 983,103 
166A Fenno-Rockland-Walnut-St. Richard 9 323, 180 
167 Warren-Dale-Sherman-Rockland 26 739,211 
235-C2 Humboldt-Waumbeck-Harold-Hollander 15 857,527 
235-E2 Humboldt-Hollander-Harold-Holworthy 8 552, 640 
235-G2 Humboldt-Holworthy-Harold-Harrishof 7 305 , 250 
239A $$ Humboldt-Townsend-Harold-Murnoe 23 940, 357 
2ho Warren-Munroe-Humboldt~-Bower 86 3,233, 384 
243 Sherman-Ottawa-Laurel-Catawha 35 | 732, 633 
hy Sherman-Bower~Humboldt-Laurel-Ottawa 34 973,577 
2h5 Warren~-Sower-Shermen-Lansing 19 463,067 
2h6 Warrne-Lansing-Sherman-Dale 56 2,083, 378 
135 Glenwood+Cliff-Warren 34 1,921,975 
134A  Glenwood,Cliff-Dana-Warren 46 1,579,820 
134 Dana-Washington-Dudley-Cliff 9 283,800 
133 Grosvenor Place-Cliff-Washington 6 528 ,000 
136 Clirf-St. James-Washington-Grosvenor Place 56 1,556, 2k7 
139 Alpine-Regent-Circuit-Washington-St. James hs 1,064,316 
1ho Herman-Regent-Circuit 16 420,475 
141 Herman-Regent-Fountain-Circuit 28 650, 375 
172-A Ray-Regent-Dale-Washington-Hulbert 18 545 523 
172-B Ray-Hulbert-Regent 6 210,980 
172-C Circuit-Rockland-Walnut-Regent-Rock 12 322,135 
172-D Fenwick-Washington-Circuit-Hulbert 38 812,427 
218 Bainbridge-Washington-Dale-Kingsbury ho 1,141,492 
221-A Galena-Kensington-Kingsbury-Elmore 12 508 , 200 
221-B Washington-Galena-Kingsbury-Elmore 21 726,451 
221 Kensington-Mayfair-Kingsbury-Elmore 8 279,950 
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ESTIMATED ESTIMATED 
BUILDINGS TOTAL CUBE 
BLOCK BOUNDARY STREETS NO. CF 

220 Mayfair-Walnut-Bainbridge-Elmore 15 630, 300 
Qhi-A Humboldt~-Laurel-Dale 5 161,645 
2h1 Walnut-Humboldt-Bower 20 (12,921 
219-A  Paulding-Dale-Walnut 3 143,550 
240-A2 Monroe-Harold-Walnut 12 295, 105 
240-A § Bower-Harold-Munroe-Humboldt -Walnut 18 841,665 
eke Dale-Catawba-Sherman~Laurel 8 460 ,075 
2h3 Catawba-Ottawa-Laurel-Sherman 7 132,671 
235-12 Harrishof-Townsend-Harold-Humboldt 16 795 y 300 
222 Elmore-Townsend-Walnut-Brinton-Codman Pk. 20 571,560 
239-B Munroe-Hazelwood-Humboldt-Townsend-Elliot 43 14630 321 
239-C  §Munroe-Hazelwood-Warren-Townsend 9 532,378 
235-0 Townsend-Deckard-Humboldt«Warren i 927 , 916 
235-02 Deckard-Wyoming-Warren-Humboldt y 243, 320 
223 Codman Pk.-Washington-Corliss Street-Townsend 19 427,878 
22heA Codman Pk.-Codman Pl.-Corliss Street 10 338, 800 
22heB Corliss St.-Washington-Codman Pl. 5 167 , 200 
225-D Rochdale-Washington-Cobden 13 LL? 975 
225- 
225-E Townsend-Washington-Walnut-Cobden 33 621,159 
235-A2 Waumbeck-Harold-Crawford 2 LO ,150 
235-Y2 Howkand-Harold-Waumbeck-Humboldt 7 309, 375 
235-Y Howland-Harold-Humboldt-Crawford 12 745 , 800 
235-D2 Hoiworthy-Hollander-Crawford-Harold 6 295 ,020 
235-B2 Hollander-Waumbeck-Harold-Crawford 4 204 , 325 
235-G2 Harrishof-Holwortiy-Humboldt-Harold 4 L3L;175 
235-E2 Holworthy-Hollander-Humboldt-Harold 4 217,261 
235-C2 $Hollander-Waumbeck~Harold~Humboldt 7 296 , 120 
235-03 Wabeno-Humboldt-Waumheck-Wyoming 8 765 ,600 
235-L Howland-Crawford-Elm Hi2l-Warren 6 212 , 300 
235-K Crawford-Georgia-Elm Hill-Warren aR 403,150 
235-C Warren-Segal-Cheney-Georgia 3 152,525: 
235-Cl Segal-Hartwell-Cheney~Georgia 6 27,450 
225-B Dumford-Rockdale~Cobden-Fenner 6 155,650 
226 Cobden-Westminister-Washington-Walnut 6 220 ,000 
227-4 Westminister-Walnut Pk.-Washington-Waldren 1 16,500 
227-B2 Walnut-Wardman-Walnut Pk.-Westminister 2 15,350 
228 Washington-Walnut Pk. -Columbus-Walnut gy 17C ,027 
229-A Abbotsford-Walnut-Cravford 2 208,450 
234 Harol.d-Seaver-Walnut-Homstead 6 203,588 
231 Homes tead-Ruthuen-Humboldt-Harold 8 393,261 
230 Crawford-Ruthuen-Humboldt~-Harold 1 45,0 
232 Homes tead-Hutchings-Humboldt-Harold 16 1,518, 748 
235-X3  Homestead-Hutchings-Elm Hill-Humboldt 1 33,825 
234-A Parkview-Seaver-Hutchings 4 4s ,69h 
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BUILDING TOTAL CUBE 
BLOCK BOUNDARY STREETS NO. CF 
180 Columbus ~-Ritchie-Dimock-Washington L 261,525 
GRAND TOTALS 
a Sy 43,166,731 
DEMOLITION AND SITE CLEARANCE ESTIMATE 
pane Lat, UNIT 
ITEM > Me QUANTITY Cost TOTAL 
Demolition of Buildings Cr 43,106, 731 0.02 863, 335 
Ordinary Borrow-Basements-6" Cy 65,175 2.00 130, 350 
Special Filling-Basements-48" CY 56,800 2.00 113,600 
Rodent Control 20 , O00 
4 Lee 
Unit Cost Increase and Field Inspection-5 5 ve 
1,163,049 
USE_ 1,185,000 
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PROJECT IMPROVEMENTS REPORT: STREETS, SIDEWALKS, CODE NO. R-22h(2) 
AND RELATED 
IMPROVEMENTS 


Reference is made to the following drawings, which accompany this report: 

Streets WP4Ol - 1 thru 7 

Profiles and Typical Cross-Sections WPHOl -8 thru 9 
The following is an explanation of the scope, character, and standards applicable 
to the street, sidewalk, and related improvements to be provided for the project. 


Attached is a detailed breakdown of costs for all street and related improvements. 


it should be noted that cut and fill operations for the entire project are not 


balanced due to the staging of the improvements. 


There are no problems anticipated with respect to subsoil, topographic or flood 


conditions. 


The local standards, which are specified below will be followed for these improve- 


ments. 
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(1) PAVEMENT-NEW 


Local Standards specify for new pavement: 


(a) Foundation Course: Gravel - 8 inches. 


(b) Foundation Course: Graded, rolled and finished. 


(c) Calcium Chloride: Roadway dust control. 


(a) Base Course: Crushed stone - 4 inches. 
(e) Base Course: Sand Filler. 
(f) Base Course: Bitumen penetration. 


(g) Bituminous Concrete: Type I-1, 2-course, 2-1/2". 
(2) PAVEMENT-RECONSTRUCTED eee ae at 


The existing streets in the (Government Center area are some of the oldest 
streets in the City of SRE. corer pete conditions will vary from old 
cobblestone pavement to inadequate gravel fill. Reconstruction of these 
streets involve, from a cost standpoint, as much labor and material as an « 
entirely new pavement. It is estimated that reconstructed streets wili 
consist of stripping off the old macadam (approximately 6 1/2") and roadway 
earth excavation (approximately 4") to obtain a satisfactory sub-base. On 
this sub-base will be placed a fovndation course of 4 inches (instead of the 
8" used in new pavement construction), and after this foundation course is 


graded, rolled and finished, the reconstructed pavement section will be the 


same as for new pavement. 


(3) PAVEMENT-RESURFACED 
f ; 
Some of the streets in the Washington Park Project will be resuyfaced with 
a 1-1/2" of Bituminous Concrete. This will require adjustments of manhole 
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and drains. 
(4) CURB 


Curbing, like the pavement of existing streets in the Washington Park Project 
is old and obsclete. Although some new curbing (Type VA-4+) has replaced the 
old original curbing, the percentage is very small. Over the years, many 
types and sizes have been used on these streets and there is little curbing 
uniformity. A high percentage of the existing streets will be used during 
the staged improvements of Washington Perk Project. There is little 

straight curb vhich could be removed and reset, so for estimating purposes, 


a high percentage of straight curb for the new street system has been esti- 


mated as new. 


Practically all of the curved curb is obsolete, as the old streets have 
practicaily right-angle intersections with small redius curved curb. With 
advancement in street design to long-sweep intersections to promote more 


uniform traffic flow, there will be little of the curved curb salvagable. 


local standards specify that straight granite curb can be used where the 
radius of the curb line is 160 feet or more. Where it is less than 160 feet, 


curved curb is specified. This is reflected in the street estimates. 


Local standards specify for the new or reset curb: 


(a) Curb Trench: 18 inch wide and a subgrade to a depth below the finished 
grade of the curb equal to 6 inches plus the depth of the curb. 


(bo) Foundation: Compacted crushed stone - 6 inch. 
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(c) Curd (Straight or Curved): Type VA-4. 
(4) Pointing: Cement Mortar. 


(e) Backfill: Compacted Crusned Stone. 
(5)  GONCRETE SIDEWALKS - NEW 

Incal standards specify for ‘new concrete sidewalks: 

(a) Subgrade: Shaped parallel to the proposed surface, thoroughly rolled 
and tamped. 

(b) Foundation: At least 8 inches of rolled and tumped gravel, 4 inches 
below and parmllel to proposed surface of the walk. 

(c) Concrete, 2-Course: Placed in foundation and after thorough ramming, 
shall be 3 inches in depth. Mortar for the 1 inch wearing course shall 
be of a consistency which will not require tamping and which can be 


readily spread in place with a straight edge. 


(6)  _CONCRETE SIDEWALKS - RECONSTRUCTED 
It is noted that the cost of reconstructed sidewalks is practically the 
same as for new concrete sidewalks. The old concrete or macadam surface 
must be removed, foundation brought to grade, rolled and tamped. The 


concrete, 2-course will be the same as for new concrete sidewalks. 


(7)  LOAMING AND SEEDING 


Where grass is desired in media strips fine grading, loam and seeding will 


be necessary. These have been estimated on City of Boston standards. 


(8) TREES 


It is desired to landscape certain streets with trees. The Boston Park 


Department was contacted as to such improvement. The unit price used covers 
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@ tree of approximately 3 inch diameter trunk, tracing, hand excavation 


and necessary loam. 


(9) PEDESTRIAN OVERPASS _ 
This overpass was estimated on the basis of similiar overpasses which have 


been used over roads in the City of Boston. 
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APPLICATION FOR LOAN AND GRANT 
PART I; FINAL PROJECT REPORT 
PROJECT NO. MASS. R-2h 


WASHINGTON PARK PROJECT 
BOSTON REDEVELOPMENT AUTHORITY 
BOSTON, MASSACHUSETTS 


areata een en 


PROJECT IMPROVEMENT REPORT CODE NO. R-22h(2) 
EXHIBIT "A" .~ STREET SYSTEM 


Total Charge 

INTERICR STREETS — Cost _% To Project 
Abbotsford ("B"~1 thru 2) 4,000 100 4,000 
Alpine ("B"-3 thru 4) 2,500 100 2,500 
Brookledge ("B"-5) 29,000 100 39,000 
Brunswick ("B"-6) 8,800 100 8,800 
Cardington ("B"-7) 7,800 100 7,800 
Circuit ("B"-8 thru 9) 8,200 100 8, 200 
Crawford ("B"-10 thru 15) 68,100 100 68, 100 
Dabney Place ("B"~16) 3,300 100 3, 300 
Dale ("B"-17 thru 26) 31,400 100 31, hoo 
Deckard ("B"..27) 550)... 100 550 
Dunford ("B"-28) 1) 100: 7! 160 7,100 
Elm Hill Avenue ("B"~29 thru 32) 38,909 100 38,900 
Elmore ("B"-33 thru 35) 25,900 100 25,500 
Ferner ("B"~36) 6,100 100 6,100 
Fountain ("B"-37) 3,300 100 3,300 
Boston R-24/R-22h(2) 1 of 4 


INTERIOR STREETS 


Galena ("B".38) 
Harrishof ("B"~39) 
Harold ("B"-40 thru 17) 
Hartwell ("B"-48 thru 49) 
Hazelwood ("B"-50) 
Hestia Park ("B"-51) 
Hewes ("B"-52 thru 53) 
Hollander ("B"-54 thru 55) 
Holworthy ("B".56) 
Howland ("B"-57 thru 58) 
Humboldt Avenue ("B").59 thru 66) 
Hutchings ("B".67) 
Laurel ("B'-68) 
Leslie Park ("B"..69) 
Maple ("B"-70 vhru 72) 
Mayfair ("B"-73) 
Nazing ("B"~74) 
Paulding ("B"-75) 
Regent ("3B"-76) 
Regent Square ("B"-77) 
Rock ("B"-78) 
Rockland ("B"-79 thru 85) 


Boston R-24/R-22h(2) 


Cost. 
12, 300 
2,700 
80, 600 
19,800 
14,200 
800 
10, 200 
2h, 400 
1,900 
26,400 
72, 200 
1,500 
3,800 
1,500 
16,100 
12,400 
3, 600 
3,900 
2,509 
5,100 
1,100 


27,700 


LOO 


LOO 


100 


LOO 


LOO 


Charge 
To Project 


12, 300 
2,700 
80, 600 
19,800 
14,200 
800 
10, 200 
2h. 400 
1,900 
26, 400 
72,200 
1,500 
3,800 
1,500 
16,100 
12,400 
3,600 
3,900 
2,500 
5,100 
1,100 
27.700 


2.8 ef & 


INTERIOR STREETS 


Ruthven ("B"-86 thru 88) 
St. James ("B"-89 thru 90) 
Schuyler ("B"-91 thru 93) 
Sherman ("B"-9}) 
Sonoma ("B"-95) 
Townsend ("B"-96 thru 101) 
Wabeno ("B"-102) 
Wabon ("B"-103) 
Wakulleh ("B"-104 thru 105) 
Walnut Avenue ("B"-106 thru 121) 
Walnut Park ("B"-122 thru 12) 
Wardman Road ("B"-125) 
Waumbeck ("B"-126 thru 131) 
Wayne ("B"-132) 
Wenonah ("B"-133) 
Westminister Avenue ("B"-13)) 
Wyoming ("B"-135) 
Road "A" ("B"-136 thru 338) 
Road "B" ("B"-139) 
Road "c" ("B"-140) 
Road "D" ("B"-142 thru 142) 
Road "EB" ("B"-143) 
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Total 
Cost 


52,400 
21,500 
23,300 
15,100 
2,600 
121, 600 
1,100 
9,100 
10,500 
166,500 
12,800 
1,800 
16,700 
28 , 700 
25 , T00 
2,100 
5,400 
468,200 
14,160 
8,500 
11,400 
10,000 
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100 


100 


LOO 


100 
100 
100 
100 


100 


Charge 


To Project 
52,400 
21,500 
23, 300 
15,100 

2,600 
121, 600 
1,100 
9,100 
10,500 
166,500 
12,800 
1,800 
16,700 
28,700 
25,700 
2,100 
5,400 
4.68 , 200 
14,100 
8,500 
11,400 
10,000 
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Total 

INTERIOR STREETS _Cost 

Road "F" ("B"-144) 12 ,400 
Road "G" ("B"-145) 12,200 
Road "H" ("B"-~146) 11,400 
Road "J" ("B"-147) 17,600 
Road "K" ("B"-1474) 5,100 
Road "L" ("B"-147B) 50,000 
Road "M" ("B"~147C) 38,200 
Road "N" ("B"-14-7D) 40 , 700 


SUBTOTAL 1,815,950 


BOUNDARY STREETS 


Columbus Avenue ("B"-~148) 2,000 
Dudley ("B"-149) 39,500 
Seaver ("B"-150 thru 153) 13,500 
Warren ("B"-154 thru 160) 352,590 
Washington ("B"-161 thru 167) 11,000 

SUBTOTAL 418,300 


GRAND TOTAL 2,234,250 
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100 
100 
100 
100 
100 
100 
100 


100 


50 
50 
50 
50 


50 


Charge 
To Project 


12,400 
12,200 
11,400 
U7, 600 

5,100 
50,000 
38,200 


40 , 700 
1,815 ,950 


1,000 
19, ‘750 
6,750 
176,500 
Meese 
209,150 


2,025,100 
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APPLICATION FOR LOAN AND GRANT 
PART I: FINAL PROJECT REPORT 
PROJECT NO. MASS, R-24 


WASHINGTON PARK PROJECT 
BOSTON REDEVELOPMENT AUTHORITY 
BOSTON, MASSACHUSETTS 


PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ABBOTSFORD STREET 


From Crawford to Harold (WP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 

Pavement Reconstruct 
(8-44-23) SY 250 3.90 ea he, 
Granite Curb - Straight LF 150 3.70 555 
Granite Curb - Curved LF 20 5.50 165 
Concrete Sidewalk - Rebuilt SY 120 Monts ty 48, 6814 
Adjust Manhole & Catch Basin EA 4 40,00 160 
2,539 
Contingencies, Unit Cost Increase, Engineering - 21% RE he 
3,072 

USE_$3,100 


Boston R-24/R-224(2) Exhibit "B" Loft 167 


PROJECT IMPROVEMENT REPORT CODE NO, R~224(2) 


EXHIBIT "B" + STREET COSTS BY STREETS 


ABBOTSFORD STREET 


From Harold to Walnut (WP401-5&%6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY cost 
Pavement ~ Resurface (13) SY 1740 1.20 
Adjust Manhole & Catch Busin EA 7 40.00 


Contingencies, Unit Cost Increase, ingincering - 214 


USE $2,900 


TOTAL 
2,088 
__280 
2,368 
ete 


2,865 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ALPINE STREET 


St. James to Akron (WP401-2) 


INTERTOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Resurface (13) SY 800 1.20 960 
Adjust Manhole & Catch Basin EA 2 40,00 _80 


Contingencies, Unit Cost ‘iicrease, Engineering - 21% 278 


1,258 
USE $1,300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ALPINE STREET 


—_ 


From Akron to Alpine (WP401-2) 


INTERIOR 
UNIT 
ITEM UNTT QUANTITY cost = TOTAL 

Pavement-Resurface (13) or 670 1.20 804 
Adjust Manhole & Catch Racin EA 4 40.00 160 
964 
Contingencies, Unit Cost Increase, Engineering - 21% 232 
ayLGo 

USE_ $2,200 
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PROJECT IMPROVEMINT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREFTS 


Sareea ene ae Micali Nk Nw ah he Haine hl yn Neg Maal eit at 
BROOKLZDGE STREET 
From Humboldt to Elm Hill (WP401-7) 


INTERTOR 


UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (3-4-24) sy 3280 SrOOw Laaage 
Granite Curb - Straight LF 2270 3.70.) 87399 
Granite Curb - Curved LF 62 5.50 341 
Concrete Sidewalk - Rebuilt SY Leo 5:70 10,089 
Adjust Manhole & Catch Basin EA 15 40.00 600 


32,221 
Contingencies, Unit Cost Increase, Engineering - 21% 6,766 
38 , 987 


USE $39,000 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


BRUUSUTO” STREET 


From Warren to End (WP401-6) 


UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (8-4-2353) SY 720 390M We oo 
Granite Curb - Straight LF 500 S370) ae Oee 
Granite Curb - Curved LF 40 5.50 220 
Concrete Sidewalk - Rebuilt SY 420 5 (0 tay Soe 
| (hse: 
Contingencies, Unit Cost Increase, Engineering - 21% 1,527 
8,799 

USE $8,800 
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PROJEST IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


CARDINGTON STREET 


From Fenner to Cobden (wp401-'3) 


INTERIOR 
UNIT 

Pavement-Reconstruct (8-4-23) Sy math 3.90 3,003 
Granite Curb - Straight LF 430 Ss 7G 1,591 
Granite Curb - Curved LF He 5.50 165 
Concrete Sidewalk-Rebuilt Sy 26C 5.70 1,482 
Adjust Manhole & Catch Basin EA Ht. 4O.00 bets 
6,401 
Contingencies, Unit Cost Increase, Engineering - 21% 1,344 
7,745 

USE $7,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


CIRCUIT STREM 


At Washington (WP401-2) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Reconstruct (8-4-24) Sy 500, 1 3.90° 11,950 
Granite Curb - Straight LF 60) ASe70 222 
Granite Curb - Curved LF 300) 5 50) ter. OS0 
Concrete Sidewalk - Rebuilt SY SOO) mints EO Limba eee 
5,418 
Contingencies, Unit Cost Increase, Engineering - 21% 1,138 
6,556 
USE $6,600 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


CIRCUIT STREET 


From Regent to Walnut (wp401-2) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Trees EA Ay GO 200" IN 366 
Contingencies, Unit Cost Increase, Engineering -~ 21% Meeess 2) 
1,646 
USE $1,600 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


CRAWFORD STREET 


From Walnut to Hollander (wPp401-4 & 6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement-Reconstruct(8-4-23) sy 640 3.90 2,496 
Granite Curb - Straight LF 420 3.709 1,554 
Granite Curb - Curved LF 90 550 AOS 
Concrete Sidewalk-Rebuilt gy 349 5 oO Wl Oa 
Adjust Manhole & Catch Basin EA Bo OOO) st iasea 
6,803 


Contingencies, Unit Cost Increase, Engineering-21% 1,429 
8,232 
USE $8 , 200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


CRAWFORD STREET 


From Hollancer to Waumbeck (WP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement-Reconstruct(8-4-24 SY 680 3.90 2,652 
Granite Curb - Straight LF 450 S77 ON vacrs 
Granite Curb - Curved LF 60 5 5O 330 
Concrete Sidewalk-Rebuilt SY mith, Die) aes ye 
Adjust Manhole & Catch Basin EA OF.) MORO te ky 
6,996 
Contingencies, Unit Cost Increase, Engineering-21% 1,469 
8,465 

USE_$8,500 
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PROJECT IMPROVEMENT REPORT _ ; CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


CRAWFORD STREET 


From Waumbeck to Harold (WP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement-Reconstruct (8-4~23) SY 1,360 SO): her ee EL 
Granite Curb - Straight LF 900 eg | 6 a tn 
Granite Curb - Curved LF 90 5.50 4O5 
Concrete Sidewalk-Rebuilt SY 730 SP (Aa ir! Seam Ha 
Adjust Manhole & Catch Basin EFA BGO OR ec 
13,570 

Contingencies, Unit Cost Increase, Engineering - 21% 2,850 
16,420 


USE $16,400 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


CRAWFORD STREET 


From Harold to Humboldt (wp401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - New (8-4-23) SY 720 4.40.0 3,168 
Pavement - Reconstruct (8-4-25) SY 2430 amore mainte Cell arg 
Granite Curb - Straight LF 1180 3700 1b 86e 
Granite Curb - Curved LF 130 aie TLD 
Concrete Sidewalk - New CY 600 BLOONS ee 
Concrete Sidewalk - Rebuilt SY 530 wer Ae: 3,02). 
Trees EA Sab ESCO in a ey beaks 
Adjust Manhole & Catch Basin EA 9 40.00 360 


25 , 827 
Contingencies, Unit Cost Increase, Engineering - 21% 5,424 
Slack 


USE_$31, 300 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


CRAWFORD STREET 


From Humboldt to Elm Hill (WP401-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Trees EA 20 80700 ~~" 1,600 


Contingencies, Unit Cost Increase, Engineering - 21% 336 


1,936 
USE_$1,900 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


CRAWFORD STREET 


From Elm Hill to Warren (WP401-6 & 7) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Trees EA 19 BO OO Wie too 


Contingencies, Unit Cost Increase, Engineering -~- 21% 319 


1,839 
USE $1,800 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


DABNEY PLACE 


From Regent to End (WP401-2) ~ 

! 

INTERIOR 

UNIT 
ITEM UNIT QUANTITY COST . TOTAL ~ 
Pavement-Reconstruct (8-4-23) SY 250 3.90 975 
Granite Curb - Straight LF 300 ot Af, pk at 8 &, 
Granite Curb - Curved LF 20 5.50 110 
Concrete Sidewalk-Rebuilt SY 100 ery ie wey As, 
2,765 
Contingencies, Unit Cost Increase, Engineering - 21% _ 581 
3, 346 
USE $3,300 
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PROJECT IMPROVEMENT REPORT CODE NO, R~-224(2) 
EXHIBIT "B" ~ STREET COSTS BY STREETS 


DALE STREET 


From Washington to Bainbridge (WP401-~2) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Resurface (14) SY 770 Tbh!) geh4 
Trees ; EA 9 SOOO a ReO 
Adjust Manhole & Catch Basin EA 6 40.00 _2ho 
1,884 
Contingencies, Unit Cost Increase, Engineering - 21% 396 
2,280 


USE $2, 300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


DALE STREET 


From Bainbridge to Regent (WP401-2) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (13) SY 670 1.20 804 
Concrete Sidewalk - New SY 40 6,00 240 
Granite Curb - Straight LF 50 Wa 62) 185 
Concrete Sidewalk - Rebuilt SY 35) away he 1,995 
Trees EA 2 380,00 160 
Adjust Manhole & Catch Basin EA 4 #0700 |) tT OO 
3,544 
Contingencies, Unit Cost Increase, Engineering - 21% __TA4 
4,288 

USE $4,300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


LL tA CCT TC A ert ete teen eatarpeamaratepesraspeieneesenngsittgamapenibutags 


DALE STREET 


From Regent to Rockland (wP401-2) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (13 SY 640 1.20 768 
Concrete Sidewalk - Rebuilt SY 200 BO ae 
Trees EA 3 80.00 4.00 
Adjust Manhole & Catch Basin EA 5 40,00 _ 200 


Contingencies, Unit Cost Increase, Engineering - 21% 527 


USE_$3, 000 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224 (2) 
EXHIBIT "B" - STREET COSTS BY STRIFTS 


a eeerertenn titi emenneilapamenantsiiesapenheemettie ce er SS 


DALE STREET 


From Rockland to Wakullah (wp40i-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (13) SY 780 TOO 936 
Concrete Sidewalk - Rebuilt SY 100 byt 570 
Trees EA 4 80.00 320 
Adjust Manhole & Catch Basin EA 5 40.00 200 
2,026 
Contingencies, Unit Cost Increase, Engineering - 21% — 425 
; 2,451 

USE $2,500 
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PROJECT IMPROVEMENT REPORT 


CODE NO, R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


DALE STREET 


From Wakullah to Walnut (wP401-4) 


ITEM 


Pavement - Resurface (13) 


Trees 


Adjust M@nhole & Catch Basin 


INTERIOR 


Contingencies, Unit Cost Increase, Engineering - 21% 
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Exhibit 'B" 


UNIT 
UNIT QUANTITY COST TOTAL 
sy 970 eye Le LOH 
EA 8 80.00 640 
BA é 40.00 280 
2,084 
4.38 
2,5°ec 
USE $2,500 
Hina oh quate g 
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PROJECT IMPROVEMENT REPORT CODE NO, 


EXHIBIT "B - STREET COSTS BY STREETS 


R-224 (2) 


ate cererene essere nee rnann se pn eet a ee nen throes hers dase ie cag Wh Cis 


DALE STREET 


From Walnut to Laurel (WP401-4) 


NTERIOR 
UNIT 
ITEM st UNIT QUANTITY cost 
Pavement - Resurface (14) SY LO LO oy inl SOO) 
Trees EA Te 380.00 
Adjust Manhole & Catch Basin A fPUatne a Seal ga 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $2,500 
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TOTAL 
Pele 
560 
1a 280 
2,052 
cy UB 
2,483 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 
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i 
DALE STREET 


From Laurel to Rockland (WP401-4) 


INTERIOR 
UNIT 
ITEM : UNIT QUANTITY COST TOTAL 
Pavement-Resurface (13) SY 145 Be, meg 
Adjust Manhole & Catch Basin EA Fe a sa P 
374 
Contingencies, Unit Cost Increase, Engineering - 21% 78 
450 
USE $500 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


DALE STREET 


From Rockland to Milis (WP401-4) 


INTERIOR 
UNIT 
ITEM ; UNIT QUANTITY COST 
Pavement -Resurface ( 13) SY | 550 1,20 
Trees EA 4 80.00 
Adjust Manhole & Catch Basin’ EA Be TAO LOG 


160 
1,140 


Contingencies, Unit Cost Increase, Engineering - 21% 239 


USE $1,400 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


DALE STREET 


From Mills to Sherman (wP401-4) 


INTERIOR 
UNIT 
LTEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Resurface (14 SY 460 P20 552 
Pavement - Reconstruct (8-4-2) Sy 170 3.90 663 
Granite Curb - Straight LF 30 3.10 s He 
Trees EA 5 80.00 400 
Adjust Manhole & Catch Basin EA | 4 40.00 _160 


1,886 
Contingencies, Unit Cost Increase, Engineering - 21% IAS. 
2,304 

USE $2, 300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ean hee eeimianetencpepesonceetindnees-sabohgees neha erinuatitaetanptnocpesnncanteeinilasissian-asite, stpapisena name iets iis 


DALE STREET 


From Sherman to Warren (WP401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - New (8-424 SY 220 4,40 968 
Pavement - Reconstruct (8-4-24) sy 720 3.90 2,808 
Granite Curb - Straight LF 380 So ira AON MMM Gey 8a) 
Granite Curb - Curved LF 80 5.50 YO 
Concrete Sidewalk - New SY 177 6002-013 ge 
Concrete Sidewalk - Rebuilt sing 180 yo fO |) a Oo6 
Trees EA 6 80.00 480 
Adjust Manhole & Catch Basin EA 4 40.00 160 


8,350 
Contingencies, Unit Cost Increase, Engineering - 21% 1,754 
10,104 

USE $10,100 
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PROJECT IMPROVEMENT REPORT | CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


DECKARD STREET 


From Humboldt to Warren (WP401-6) 


INTERIOR 
UNI? 

ITEM UNIT QUANTITY COST TOTAL 
Concrete Sidewalk-Rebuilt SY 80 5.70 — 456 
Contingencies, Urit Cost Increase, Engineering - 21% 96 

p22 
USE $550 
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eared a 
PROJECT IMPROVEMENT FEPORT CODE NO, R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 
oS NET a et ot ee Ee 

DUNFORD STREET 
From Fenner to Cobden (wp401-3) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement-Reconstruct (8-4-2) Sy 570 3.90 2,223 
Granite Curb - Straight LF 330 3.70 1,406 
Granite Curb - Curved LF 54 5.50 297 
Conerete Sidewelk- Rebuilt SY 310 EO aah reyen 
Adjust Manhole & Catch Basin EA 4 = 40.00 160 


5,853 
Contingencies, Unit Cost Increase, Engineering - 21% 1,229 
7,082 

USE $7,190 
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Sens fren usenSin rtp npoeeeieys snseness-svenrespesstenecet—pes nenttrtnntnengeantpasnapupe 
PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - SYREET COSTS BY STREETS 

LL LE LL COC EC CCT A ECA CARO TS i te apnea sntpaeataaetasaaaarpuinemaetetpantannae 
EIM HILL AVENUE 


From Ruthven to Crawford (WP401-6 & 7) 


INTERIOR 
UNIT 

Pavement-Reconstruct (8-4-24) BY 640 3.90 2, 1196 
Granite Curb - Straight LF 380 370 1,406 
Granite Curb - Curved LF 120 5.0 660 
Concrete Sidewalk-Rebuilt SY 340 5.70 1,938 
Adjust Manhole & Catch Basin EA 5 40.00 200 

6,700 
Contingencies, Unit Cost Increase, Engineering - 21% 1,407 

8,107 


USE $8,100 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ELI] HILL AVENUE 


From Crawford to Howland (WP401-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (8-4-23) sy 860 3.90 3,354 
Granite Curb - Straight LF 600 ate 2,220 
Granite Curb - Curved LF 120 550 660 
atest Sidewalk - Rebuilt SY 4.00 TO) | BIOs 
Trees EA Tay TeaGeOo 560 
Adjust Manhole & Catch Basin EA 6 40.00 __ 240 


9,827 
Contingencies, Unit Cost Increase, Engineering - 21% 2,064 
Liss9i 


USE $11,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ere aero grensatnba eines Ne yy Ps 
ELM HILL AVENUE 


From Howland to Wenonah (WP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST  ToTAL 
Pavement ~ Reconstruct (8-4-24) sy 670 eS SB oa 
Granite Curb - Straight LF 470 pees: Lf 39 
Granite Curb - Curved Sr © 90 5.50 495 
Concrete Sidewalk ~ Rebuilt SY 370 5.70 2,109 
Trees EA 5 80.00 400 
Adjust Manhole & Catch Basin FA 5 40.00 - 200 
75556 
Contingencies, Unit Cost Increase, Engineering - 21% 1,587 
9,143 

USE $9,100 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


eer ete ene ep ssepeseutip afd edness seo ivan eet eS NE 
ELM HILL AVENUE 


From Wenonah to Warren (wP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (8-4-2022) sy 699 390i Se bok 
Granite Curb - Straight LF 490 Sef On Wi Py oLe 
Granite Curb - Curved LF 100 5.50 550 
Concrete Sidewalk ~ Rebuilt SY 399 5.70 2,223 
Trees EA eh * OG3 Og 560 
Adjust Manhole & Catch Basin EFA 6 40,00 __ 240 
8,077 
Contingencies, Unit Cost Increase, Engineering - 21% 1,697 
9,774 

USE $9,800 
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PROJECT IMPROVEMENT R#PORT CODE NO, R-224(2) 
EXHIBIT "B' - STREET COSTS BY STREETS 


SO ee ee ne 


From Galena to Kensington (wP401-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (8-4-23) sy 700 SOOM oan 
Granite Curb - Straight LF 350 5.0 1,295 
Granite Curb - Curved LF 100 epee | 550 
Concrete Sidewalk - Rebuilt SY 350 Sho 1,995 
Adjust Manhole & Catch Basin EA 4 20) CONAN Oe 
6,730 
Contingencies, Unit Cost Increase, Engineering - 21% 1,413 
8,143 
USE $8,100 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 7 


ELMORE STREET 


From Kensington to Mayfair (wP401-4) 


INTERIOR 

he UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Reconstruct (3-4-25) Sy 670 5 20.)| (2, G03 
Granite Curb - Straight LF 450 34:70 741,005 
Granite Curb - Curved LF 40 S050 220 
Concrete Sidewalk ~- Rebuilt SY 350 aes Oe 1,995 
Adjust Manhole & Catch Basin EA 6 iv FOVOO 2ho 
6,733 
Contingencies, Unit Cost Increase, Engineering - 21% 1,414 
8,147 

USE $8,100 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ELMORE STREET 


From Mayfair to Walnut (WP401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (8-4-23) SY 730 3.90 3,042 
Granite Curd - Straight LF 520 3 dino, dig shee 
Granite Curb - Curved LF 4O 5.50 220 
Concrete Sidewalk - Rebuilt SY 400 S70. Vreseou 
Adjust Manhole & Catch Basin EA 6 40.00 240 
7,706 
Contingencies, Unit Cost Increase, Engineering - 21% 1,618 
9,324 

USE $9,300 


Boston R-24/R-224(2) Exhibit "B" 35 of 167 


ti anette en eintirgnto pseu is ag oe 


PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


enero ytaioeisenenetens novus anesinenistntin nates asitnedatesas asinine nt 


FENNER STREET 


From Dunford to Cardington (WP401-3) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - New (8-4-23) SY 540 4.40 2,376 
Granite Curb - Straight LF 300 O10 1b 
Granite Curb - Curved LF 70 5450 385 
Concrete Sidewalk - New SY 200 6.00 1,200 


5,071 
Contingencies, Unit Cost Increase, Engineering - 21% 1,065 


6,136 
USE $6,100 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


LL 


FOUNTAIN STREET 


At End (wP401-2) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (8-4-2) sy 280 4,901,002 
Granite Curb - Curved LF 190 Sy (03 
Concrete Sidewalk - New SY 135 6.00 810 
Adjust Manhole & Catch Basin EA 4 40.00 160 
2,765 

Contingencies, Unit Cost Increase, Engineering - 21% 581 
3, 346 

USE $3, 300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


GALENA STREET 


From Elmore to Road "D" (wP401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - New (8-4-24) SY 280 44008601, 232 
Pavement Reconstructed (8-4-24) sy 670 So Cy}. ieee. 
Granite Curb - Straight LF 580 a fae gD 2,146 
Granite Curb - Curved LF 90 5.50 \. 495 
Concrete Sidewalk - New SY 265 6,00.) \\,590 
Concrete Sidewalk - Rebuilt SY 270 oe 4°, G5 39 
Trees EA 4 80.00 320 
Adjust Manhole & Catch Basin EA 6 40.00 eho 
LO, 275 

Contingencies, Unit Cost Increase, Engineering - 21% 2,137 
i2, 5Le 


USE $12, 300 
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PRIJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


I slashing riers anGie aise 


HARRISHOF STREET 


From Walnut to Harold (WP401-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Concrete Sidewalk-Rebuilt Sy 390 5.70 oer 


Contingencies, Unit Cost Increase, Engineering - 21% 467 
2,690 
USE $2,700 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 
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HAROLD STREET 


From Homestead to Ruthven (wP401-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement Reconstruct (8-4-24) sy 900 3.90 3,510 
Granite Curb-Straight LF 500 3.70 1,850 
Granite Curb-Curved LF 100 arte 8, 550 
Concrete Sidewalk Rebuilt SY 470 Det Tes OKe. 
8,589 
Contingencies, Unit Cost Increase, Engineering - 21% 1,804 
10,393 


USE $10,400 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ei lee a sca earn amon nR ane 


HAROLD STREET 


From Ruthven to Abbotsford (wP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY cost TOTAL 
Pavement Reconstruct (8-4-2) SY 600 3.90 2,340 
Granite Curb-Straight LF 350 Sei 1,295 
Granite Curb-Curved LF 50 5,50 275 
Conerete Sidewalk Rebuilt SY 310 5 (Oe OT 
5,677 

Contingencies, Unit Cost Increase, Engineering - 21% 4,192 
6,869 


USE $6,900 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


HAROLD STREET 


From Abbotsford to Crawford (wp401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement-Reconstruct(8-4-23) SY 330 3.90 1,287 
Granite Curb - Straight oF 110 STO be OT 
Granite Curb - Curved LF 80 Soo) LUO 
Concrete Sidewalk-Rebuilt SY 180 nef Oe tio b 
Adjust Marhole & Catch Basin EA 5 40.00 _ 200 
3,360 
Contingencies, Unit Cost Increase, Engineering-21% 706 
4,066 

USE $4,100 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


HAROLD STREST 


From Crawford to Waumbeck (WP401-6) 


INTERTOR 

UNIT 
Pavement-Reconstruct(8-4-23) SY 970 3.90 3,783 
Granite Curb - Straight LF 600 5. (Osueee 
Granite Curb - cored LF 80 5.50 HHO 
Conerete Sidewalk-Rebuilt SY 470 BL (Ouweeg ores 
Adjust Manhole & Catch Basin EA 6 40.00 240 


9,362 


Contingencies, Unit Cost Increase, Engineering-21% _1,966 
11,328 
USE $11, 300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


HAROLD STREET 


From Holworthy to Harrishof (WP401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - New (8-4-23) SY 420 4.40 ©6061, 848 
Pavement - Reconstruct (8-4-235) SY 250 3.90 975 
Granite Curb - Straight LF 300 ay 8, 1 Bre 
Granite Curb - Curved LF 140 5.50 770 
Concrete Sidewalk - New SY 230 6.00 i,380 
Concrete Sidewalk - Rebuilt SY 140 5.70 798 
Adjust Manhole & Catch Basin EA 6 HO .O00 aho 


148 
Contingencies, Unit Cost Increase, Engineering - 21% 1,495 
8,616 

USE $8 , 600 
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PROJECT IMPROVEMENT REPORT 
EXHIBIT "B" - STREET COSTS BY STREETS 


CODE NO, R-224(2) 


accent AE SEG A I LITTLE 


HAROLD STREET 


From Harrishof to Townsend (WP401-4) 


INTERIOR 
ITEM UNIT QUANTITY 
Pavement - Reconstruct (8-4-23) SY 830 
Granite Curb - Straight LF 500 
Granite Curb - Curved LF 120 
Concrete Sidewalk - Rebuilt SY 390 
Adjust Manhole & Catch Basin EA 8 


UNIT 


cost 


3.90 
od t.) 
5.50 
are’ 
40.00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $10,000 
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TOTAL 
Sy237 
1,850 

660 
25225 
__320 
8,290 
1, 7aL 
10,031 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B' - STREET COSTS BY STREETS 


HAROLD STREET 


From Townsend to Munroe (WP401-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement-Reconstruct (8-4-24) Sy 970 5200). Aeon 
Granite Curb - Straight LF 640 3.70 2,368 
Granite Curb - Curved LF 80 5.50 AMO 
Concrete Sidewalk-Rebuilt SY 500 5.70 2,850 
Adjust Manhole & Catch Basin EA. 6 40.00 OHO 


9,681 
Contingencies, Unit Cost Increase, Engineering ~ 21% AE fei 


12,714 


USE $11,700 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


HAROLD STREET 


From Munroe to Road "A" (wp4o1-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST 
Pavement-Reconstruct (8-4-2:) SY 1,500 3.90 
Granite Curb - Straight LF 400 5. TOS 
Granite Curb - Curved LF 500 § 50 
Concrete Sidewalk-Rebuilt SY 700 Sr 
Adjust Manhole & Catch Basin EA ne 40.00 
Contingencies, Unit Cost Increase, Engineering - 21% 


USE $17,600 


Boston R-24/R-224(2) Exhibit "B"” 


TOTAL 
5,850 
1,480 
2,750 
3,990 
__44o 
14,510 


3,047 
17,557 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET CASTS BY STREETS 


HARTWELL STREET 


From Schulyer to Cheney (WP401-7) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (8-4-23) SY 690 3.90 2,691 
Granite Curb - Straight LF 600 3.70 2,220 
Granite Curb - Curved LF 80 5.50 440 
Concrete Sidewalk - Rebuilt SY 380 5.70 2,166 
Adjust Manhole & Catch Basin EA 6 40.00 2ho 
7,757 
Contingencies, Unit Cost Increase, Engineering - 21% 1,629 
9,386 

USE $9, 400 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


re err Ct 


HARTWELL STREET 


From Cheney to Georgia (WP401-7) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement-Reconstruct (8-4-25) SY 830 3 O0U a ayeon 
Granite Curb - Straight LF 580 BIG  FeSAo 
Granite Curb - Curved LF 80 5250 HO 
Conerete Sidewalk-Rebuilt ay ASO 5.70 2,565 
Adjust Manhole & Catch Basin EA 6 40.00 240 


8, 628 
Contingencies, Unit Cost Increase, Engineering - 21% ite 


10,440 


USE $10,400 
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PROJECT IMFROVEM ENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 
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HAZELWOOD STREET 


From Townsend to Munroe (WP401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
peerentucnew (6-402) SY 270 h.4O 1,188 
Pavement Reconstruct (8-4-23) ay 890 3.90 3,471 
Granite Curb - Straight LF 700 3.170 12,590 
Granite Curb - Curved LF Looe. See fh A50 
Concrete Sidewalk-New | SY 310 6.00 1,860 
Concrete Sidewalk Rebuilt SY 310 B10 2G 
Adjust Manhole & Catch Basin EA 8 40.00 320 
11,746 


Contingencies, Unit Cost Increase, Engineering - 21% 2,467 
14,213 


USE $14,200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


HESTIA PARK 


From Walnut to End (WP4O1-2 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST 
Concrete Sidewalk-Rebuilt SY 120 ekg 49, 


TOTAL 
684 


Contingencies, Unit Cost Increase, Engineering - 21% 144 


USE $800 


Boston R-24/R-224(2) Exhibit "B" 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


HEWES STREET 


From Regent to Rockland Street (WP401-2) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement-Reconstruct(8-4-23) SY 270 3.90 1,053 
Granite Curb - Straight LF 390 3.7001, 443 
Granite Curb - Curved LF 40 5.50 220 
Concrete Sidewalk-Rebuilt Ey 170 5.70 969 
Adjust Manhole & Catch Basin BA 6 4O.00 _ 240 
Seoe0 

Contingencies, Unit Cost Increase, Engineering-21% __ 8a" 
4,749 


USE $4,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


HEWES STREET 


From Rockland to Wakullah (WP401-2) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement-Reconstruct (8-4-23) SY 330 3290 9 sor 
Granite Curb - Straight LF 460 3370 hy bo 
Granite Curb - Curved LF aX@) 5.50 220 
Concrete Sidewalk-Rebuilt SY 180 5.10 1,026 
Adjust Manhole & Catch Basin EA 6 40.00 240 
4475 
Contingencies, Unit Cost Increase, Engineering - 21% 940 
5,415 

USE $5,400 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


serrate ec cesar settee etc ECAC DA EASED SEE SSAC SICAL SOLES IEE 


HOLLANDER STREET 


From Crawford to Road "F" (wp401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement-Reconstruct (8-4-23 SY Toa  eed0)Siagao 
Granite Curb Straight LF 75GB. TGS eoenns 
Granite Curb Curved LF 50 5.50 275 
Concrete Sidewalk Rebuilt Sy. 620° 5270) =sr5se 
Adjust Manhole & Catch Basin EA Ge "20600 240 
Islas 

Contingencies, Unit Cost Increase, Engineering - 21% 2,342 
13,495 


USE $13,500 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


HOLLANDER STREET 


From Road "F" to Road "G" (wp401-6) 


INTERIOR 
UNIT 
Pavement-Reconstruct (8-4-23) SY 970 2-90) Saron 
Granite Curb - Straight LE 550 3.1/0 2.635 
Granite Curb - Curved LF 50 Sea 275 
Concrete Sidewalk-Rebuilt SY 470 B.fOY 2,679 
Adjust Manhole & Catch Basin EBA 5 AO 700, \eaeoo 


8,972 


Contingencies, Unit Cost Increase, Engineering - 21% 1,884 
10,856 
USE $10,900 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


HOLWORTHY STREET 


From Walnut to Harold (WP401-4) 


INTERIOR 
UNIT 
ITEM : UNIT QUANTITY COST 
Pavement-Resurface (24) SY 1070 ToC 
Adjust Manhole & Catch Basin EA G” 407,00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $1,900 


TOTAL 
1,284 


320 


1,604 


fo Wd 
1,941 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS | 


HOWLAND STREET 


From Road "H" to Humboldt (wp401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (13) SY 1390 On eee tioo 
Adjust Manhole & Catch Basin EA ) 40.00 360 
2,028 
Contingencies, Unit Cost Increase, Engineering - 21% __ 426 
2,454 

USE_ $2,500 
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PROJECT IMPROVEMENT REPORT 
EXHIBIT "B" - STREET COSTS BY STREETS 


CODE NO, R-224(2) 
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HOWLAND STREET 


From Elm Hill to Warren (WF401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement-Reconstruct (8-4-2) SY 1,950 BOO ies 
Granite Curb - Straight LF Ty Se oa i 4, 884 
Granite Curb - Curved LF 120 5.50 660 
Concrete Sidewalk-Rebuilt Sy, 1,050 5 TO: ia ee 
Adjust Manhole & Catch Basin EA 16 | HO FOO\.. 640 
19,774 

Contingencies, Unit Cost Increase, Engineering - 21% 4,153 
to Fe 4 f 


USE $23,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ee 


HUMBOLDT AVENUE 


From Seaver to Waumbeck (wP401-6 & 7) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Trees EA 80 80 .0C 6,400 


Contingencies, Unit Cost Increase, Engineering - 21% 1,344 


7.744 
USE $7,700 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" STREET COSTS BY STREETS 


HUMBOLDT AVENUE 


From Waumbeck to Deckard (WP401-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY cost TOTAL 
Trees BA 30 80.00 2,400 
Contingencies, Unit Cost Increase, Engineering - 21% __504 
2,904 
USE $2,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


HUMBOLDT AVENUE 


From Harrishof to Deckard (Intersection) (wP401-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Reconstruct (8-6-23) Sy 670 4.20 2,814 
Granite Curb - Curved LF 190 B50) on as 
Concrete Sidewalk - Rebuilt SY 150 on ay £8 855 
Adjust Manhole & Catch Basin EA be) a POCO 0 a tama 


4,874. 
Contingencies, Unit Cost Increase, Engineering - 21% 1,024 


5 898 
USE $5,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


HUMBOLDT AVENUE 


From Deckard to Townsend (WP4O1-4 & 6) 


INTERIOR 
UNIT 
TTEM UNIT QUANTITY COST TOTAL 
Trees EA 10 80.00 800 


Contingencies, Unit Cost Increase, Engineering - 21% 168 


968 
USE $1,000 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


HUMBOLDT AVENUE 


Townsend to Munroe (WP4O1-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Reconstruct (8-6-24) SY 2,420 4.20 10,164 
Granite Curb - Straight LF 700 3410 2,590 
Granite Curb - Curved LF 120 5 .pG 660 
Concrete Sidewalk - Rebuilt SY 730 5.70 4,161 
Trees EA TB BO OG 1,440 
Adjust Manhole & Catch Basin EA Bo AOLO0 BAW tyse'28! 
19,335 

Contingencies, Unit Cost Increase, Engineering - 21% 4,060 
23,395 


USE $23,400 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


eer cn EC CO LC LLL 


HUMBOLDT AVENUE 


From Munroe to Road "A" (wp401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - New (8-6-23) SY 600 4.80 2,880 
Pavement - Reconstruct (8-6-235) SY 1,300 4.2006=—- 55, 460 
Granite Curb - Straight LF 470 A Aa Ce A 
Granite Curb - Curved LF 150 5.50 825 
Concrete Sidewalk - Rebuilt SY 220 5.70 1,254 
Concrete Sidewalk - New SY 220 6.00 1,320 
Trees EA 10° 80.00 800 
Adjust Manhole & Catch Basin EA 6 40.00 oho 
14,518 

Contingencies, Unit Cost Increase, Engineering - 21% 3,049 
17,567 

USE $17,600 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSvS BY STREETS 


HUMBOLDT AVENUE 


From Road "A" to Road "c" (WP401~4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Reconstruct (8-4-23) sy 1330 3-90°° +45,187 
Granite Curb - Straight LF 300 Sate te ba 8 
Granite Curb - Curved LF 200 a rae | 8) L100 
Concrete Sidewalk - Rebuilt Biy* 450 570. 1 \23565 
Trees EA 8 80,00 640 
Adjust Manhole & Catch Basin EA Bers tO, Gs a SD 


10,682 
Contingencies, Unit Cost Increase, Engineering - 21% 2,243 


12,925 


USE $12,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT 'B" - STREET COSTS BY STREETS 


HUMBOLDT AVENUE 


From Road "C" to Walnut Avenue (WP401-4) 


INTERIOR 
UNIT 
_ ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Resurface (13) SY 560 Wee) 672 
Contingencies, Unit Cost Increase, Engineering - 21% 141 
813 
USE $800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


reenter enone ern nan someones sesso epiptanigeintentapagetaappnaie oe oes sec 


HUTCHINGS STREET 


From Road "J" to Humboldt (wPp401-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY cost 
Pavement - Resurface (13) SY 865 1.20 
Adjust Manhole & Catch Basin BA 6 40,00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $1,500 


TOTAL 
1,038 
__2ho 
Leis 
_268_ 
1,546 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


LAUREL STREET 


From Road "C" to Dale (WP401-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Concrete Sidewalk - Rebuilt SY 550 5.10 ey HS a) 


Contingencies, Unit Cost Increase, Engineering - 21% 658 


3,793 
USE_$3,800 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


LESLIE PARK 


From Walnut to End (WP401-4) 


INTERIOR 
UNIT 
ITEM UNET QUANTITY COST ‘TOTAL 
Granite Curb - Straight LF 160 Ss. 592 
Granite Curb - Curved LF 10 wee 6 5 
Concrete Sidewalk-Rebuilt SY 110 5.70 ORT 


Contingencies, Unit Cost Increase, Engineering - 21% 268 


USE $1,500 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


MAPLE STREET 


From Seaver to Nazing (WP401-7) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement-Reconstruct (8-4-24) sy 420 3.90 1,638 
Granite Curb - Straight LF 260 B°7G 962 
Granite Curb - Curved LF 80 5.50 ALO 
Concrete Sidewalk-Rebuilt sy 200 5.70 1,140 
Adjust Manhole & Catch Basin EA 5 40.00 __ 200 


4,380 
Contingencies, Unit Cost Increase, Engineering-21% 920 


5 » 300 


USE $5, 300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 
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MAPLE STREET 


From Nazing to Wayne (WP401-7) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘ToTAL 
Pavement-Reconstruct (8-4-21) sy 670 3.90 2,613 
Granite Curb - Straight LF 420 BelO ) a Boe 
Granite Curb - Curved LF 80 5.50 AAO 
Corerete Sidewalk-Rebuilt SY 330 5. 1G. oplacort 
Adjust Manhole & Catch Basin EA 6 40.00 240 


6,728 
Contingencies, Unit Cost Increase, Engineering - 21% 1,413 
8,141 


USE $8,100 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


MAPLE STREET 


From Cheney to Georgia (wP401-7) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Granite Curb - Straight LF 210 3.f0 ve 6 
Granite Curb - Curved LF 50 ape ®) eit 
Conerete Sidewalk-Rebuilt BYd | BOO) ab 70h eet 


2,192 
Contingencies, Unit Cost Increase, Engineering - 21% _ 460 
2,652 

USE $2,700 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 
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MAYFAIR STREET 


From Elmore to Road "D" (wP401-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Reconstruct (8-4-24) sy 1070 3290 A SL7S 
Granite Curb - Straight LF 579 Ber 2,109 
Granite Curb - Curved LF 120 5+50 660 
Concrete Sidewalk - Rebuilt SY 530 5.70 Spye nw 
Adjust Manhole & Catch Basin EA fi 40.00 280 


10,243 
. Contingencies, Unit Cost Increase, Engineering - 21% ay Soe 
\ 12,394 


USE $12,400 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 


EXHIBIT"B" - STREET COSTS BY STREETS 


NAZING STREET 


From Maple to Blue Hill Avenue (wWP401-7) 


INTERIOR 
UNIT 
ITEM ‘ UNIT QUANTITY COST 
Pavement-Resurface ('14) SY 2,100 120 
Adjust Manhole & Catch Basin EA Ee 10.00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $3,600 
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PROJECT IMPROVEMENT REPORT 


EXHIBIT "B" - STREET costs BY STREETS 


CODE NO, R-224(2) 


he ganna ee eC ee a 


P/ULDING STREET 


At End (wp401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY cosT ‘TOTAL 

Pavement - New (8-4-23) SY 350 4.40 1,540 
Granite Curb - Curved LF 150 550 C25) 

Concrete Sidewalk - New SY 120 6.00 720 

Adjust Manhole & Catch Basin Es 4 40.00 ___160 

3,245 

Contingencies, Unit Cost Increase, Engineering-21% 12 68% 

3,926 

USE_ $3,900 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


REGENT STREET 


From Dale! to Rock (WP401-2) 


INTERIOR 
UNIT 
ITEM si UNIT QUANTITY cost TOTAL 
Pavement-Resurface (13) ay 830 1.20 996 
Concrete Sidewalk-Rebuilt SY 120 5.70 684 
Adjust Manhole & Catch Basin EA 10 40.00 400 


2,080 
Contingencies, Unit Cost Increase, Engineering - 21% _ 438 
2,518 

USE $2,500 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


«eee a engeiteeen ta cineeommiseemacamne eee ee a i RNP 
REGENT SQUARE 


From Regent to End (WwP401-2) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COsT TOTAL 
Pavement-Reconstruct (8-4-24) sy 310 3.90 1,209 
Granite Curb - Straight | LF 330 any 1,221 
Granite Curb - Curved LF 36 5.50 198 
Concrete Sidewalk-Rebuilt BY. 280 5.70 1,596 
, 4 224 


Contingencies, Unit Cost Increase, Engineering - 21% 887 
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PROJECT IMPROVEMENT REPORT CODE NO. R-22!1 (2) 
EXHIBIT “B" - STREET COSTS BY STREETS 


ROCK STREET 


From Rezent to Rocklend (wp401-2) 


INTERIOR 
UNIT 
ITEM a: UNIT QUANTITY COST ‘TOTAL 

Pavement~Resurface (14) SY 550 1.20 572 
‘Gjust Manhole & Cetch Besin EA 5 40.00 240 
912 

Contingencies, Unit Cost Increase, Enpineerin: ~ 21% i92 
1,104 


€ 


USE $1,100 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


Se eee Soares So os hangar eh A hile vl Mtge LONE 


ROCKLAND STREET 


From Dale to Hewes (WP4O1-2) 


INTERIOR 
UNIT 
_ITEM UNIT QUANTITY COST 
Pavement - Resurface (13) SY 4G0 1.20 
Concrete Sidewalk - Rebuilt SY 100 Cat ole 
Adjust Manhole & Catch Basin EA 4 40.00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $1,600 


TOTAL 
588 
570 


160 


1,318 


weal 


1,595 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREET'S 
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ROCKLAND STREET 


From Hewes to Rock (WP401-2) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement-Resurface i) SY 450 1.20 540 
Adjust Manhole & Catch Basin EA 4- 40.00 160 
700 

Contingencies, Unit Cost Increase, Engineering - 21% 147 
| 847 

USE $800 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" ~- STREET COSTS BY STREETS 


ROCKLAND STREET 


From Rock to Wakullah (wp4o1-2) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement-Resurface (+) SY 720 1.20 864 
Adjust Manhole & Catch Basin EA 4 40.00 160 


1,024 
Contingencies, Unit Cost Increase, Engineering - 21% aL5 


1,239 


USE_ $1,200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ROCKLAND STREET 


From Wakullah to Walnut Avenue (wP401-2) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (14) SY 15065 2:20)" 27266 
Adjust Manhole & Catch Basin EA 6 40.00 240 


1,506 
Contingencies, Unit Cost Increase, Engineering ~- 21% 316 


1,822 


USE $1,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ROCKLAND STREET 


From Walnut Avenue to Rockland Avenue (wp401-2 & 4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - New (8-4-23) SY 200 4.40 880 
Pavement - Reconstruct (8-4-23) SY 700 3.90 (2,730 
Granite Curb - Straight LF 580 31000 Se SLO 
Granite Curb - Curved LF 46 Bik) 253 
Concrete Sidewalk - New SY 241 6.00 1,446 
Concrete Sidewalk - Rebuilt SY 240 5700 1366 
Adjust Manhole & Catch Basin EFA 7 40.00 280 


9,103 
Contingencies, Unit Cost Increase, Engineering - 21% 1,912 
i @ 7h 

USE $11,000 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ROCKLAND STREET 
Frem Rockland Avenue to Mills (wp401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - New (8-4-23) - SY 100 440 440 
Pavement - Reconstruct (8-4-23) sy 330 SPOON) fiona 
Granite Curb - Straight LF 280 3,70) 4 IR Os6 
Granite Curb - Curved LF 26 5.50 143 
Concrete Sidewalk - New SY 109 6.00 654 
Concrete Sidewalk - Rebuilt SY 130 iy 6: TH1 
Adjust Manhole & Catch Basin EA 3 40.00 120 
4,427 
Contingencies, Unit Cost Increase, Engineering - 21% age 
55349 

USE $5 » 300 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ROCKLAND STREET 


From Mills to Sherman (wp401-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement-New (8-4-23) SY 130 4 40 572 
Pavement-Reconstruct(8-4-24) SY 380 3.90mi ee 
Granite Curb - Straight LF 220 3.70 814 
Granite Curb - Curved LF 96 ou 528 
Concrete Sidewalk-New SY 132 6.00 792 
Concrete Sidewalk-Rebuilt SY 110 5510 627 
Adjust Manhole & Catch Basin EA 4 40.00 160 


4,975 
Contingencies, Unit Cost Increase, Engineering - 21% 1,045 


6,020 


USE_ $6,000 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS | 


RUTHVEN STREET 


From Walnut Avenue to Harold (WPHO1-5 & 6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY cOSsT TOTAL 
Pavement Reconstruct (8-4-24) SY 1,560 3°90...) 6; 084 
Granite Curb - Straight LF 1,000 Voit 4S, 3,700 
Granite Curb - Curved LF 100 5.50 550 
Conerete Sidewalk - Reconstruct SY 850 5.70 4,845 
Adjust Manhole and Catch Basin EA 6 40.00 240 
15,419 

Contingencies, Unit Cost Increase, Ingineering - 21% 3,238 
18,657 


USE $18,700 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


eee ee EERE SEL OLS A 


RUTHVEN STREET 


From Harold to Humboldt (wP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY cost TOTAL 

Pavement - Reconstruct 
8-4~-23) SY 2,020 3.90 7,878 
Granite Curb-Straight LF 1,200 3.70 4 44 
Granite Curb-Curved LF 150 5.50 825 
Concrete Sidewalk-Rebullt SY 1,090 5.70 6,213 
Adjust Manhole & Catch Basin EA 10 40.00 400 
19,756 
Contingencies, Unit Cost Increase, Engineering - 21% 4,149 
23,905 


USE_$23,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


RUTHVEN STREET 


From Humboldt to Elm Hill (wP401-6 & 7) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (13) SY 3150 ac 8 anes Yh 
Concrete Sidewalk - Rebuilt SY 620 5.70 3,534 
Adjust Manhole & Catch Basin EA 19) 4O, 00 i Eee 


8,074 
Contingencies, Unit Cost Increase, Engineering - 21% 1,696 


9,770 
USE $9,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ST, JAMES STREET 


From Washington to Alpine (WP401-2) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (13) SY 780 1.20 936 
Concrete Sidewalk - Rebuilt SY 500 570 4 42 s050 
Pavement - Reconstruct (8-4-23) Sy 200 3.90 780 
Granite Curb - Straight LF 50 3.70 185 
Granite Curb - Curved LF 120 5.50 660 
Trees FA et 80.00 880 
Adjust Manhole & Catch Basin EFA 4 40,00 160 


6,451 
Contingencies, Unit Cost Increase, Engineering - 21% 1,355 
8,806 


USE_$8,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" ~ STREET COSTS BY STREETS 


ST. JAMES STREET 


From Alpine to Regent (WP401-2) 


INTERIOR 

UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (13) SY 2020 1.20 2,408 
Concrete Sidewalk - Rebuilt SY 1090 ares (9, 6,213 
Trees EA 19 80.00 1,520 
Adjust Manhole & Catch Basin EA 3) HO OCLs | waa 


10,477 
Contingencies, Unit Cost Increase, Engineering - 21% 2,200 
12,677 

USE $12,700 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


EN RES SDSS eg SM Re te ae oC er 
SCHUYLER STREET 
From Elm Hill to Maple (wWP401-7) 


INTERIOR 


UNIT 
UNIT UNIT QUANTITY COST  0TAL 


Pavement -Reconstruct (8-4-2) SY 1390 - 3.90 5,421 


Granite Curb - Straight LF 890 6 eo | 3,293 
Granite Curb - Curved LF 82 5.50 451 
Conerete Sidewalk-Rebuilt ay 750 5. 70 4,275 
Adjust Manhole & Catch Basin EA 7 40,00 280 

LS) i.e 


Contingencies, Unit Cost Increase, Engineering - 21% 2,881 
16,601 


USE_ $16,600 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


SCHUYLER STREET 


From Maple to Hartwell (wp401-7) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST 
Pavement-Resurface (13) SY 680 1.20 
Adjust Manhole & Catch Basin’ EA 4 40,00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $1,200 


Boston R-24/R-224(2) Exhibit "B" 


TOTAL 
816 
__160 
976 
__205 
Ly EBE 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


SCHUYLER STREET 


From Hartwell to Blue Hill (wP401-7) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement-Resurface (13) SY 1110 Bes, 1,332 
Concrete Sidewalk-Rebuilt SY 540 5.70 3,078 
Adjust Manhole & Cateh Basin’ EA 4 40.00 poe to 
4,570 
Contingencies, Unit Cost Increase, Engineering - 21% 959 
53929 

USE $5,500 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


Fe a eee 


SHERMAN STREET 
Dale to Rockland (wp401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - New (8-4-23) SY aha wy HHO Jcrksebe 
Pavement - Reconstruct (8-4-25) SY 900 Chao ehoaeciriay Ae: 
Granite Curb - Straight LF 750 Sey ge. ARP hi ba 
Granite Curb - Curved LF 98 5.50 539 
Conerete Sidewalk - New SY 322 G 007 leo 
Conerete Sidewalk - Rebuilt SY 320 5.70 1,824 
Adjust Manhole & Catch Basin EA 8 40,00 gee 55) 


12,462 
Contingencies, Unit Cost Increase, Engineering - 1% AMO Git 
155979 

USE_$15,100 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


sentences captor ene A A CASO CEE SL LD LL EIT LIT ALC 


SONOMA STREET 


From Elm Hill to Maple (wP401-7) 


INTERIOR 
UNIT 
ITEM ; UNIT QUANTITY COST TOTAL 
Pavement-Resurface (13) SY 1520 1320 1,824 
Adjust Manhole & Catch Basin’ EA 6740500 320 


2,144 
Contingencies, Unit Cost Increase, Engineering - 21% 450 
2,594 


USE $2,600 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


TOWNSEND STREET 


From Washington to Codman (WP401-3) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement -Reconstruct (8-4-235 SY 580 3.907" neve6e 
Granite Curb - Straight LF 380 Valo vir ego 
Granite Curb - Curved LF 16 5.50 253 
Concrete Sidewalk-Rebuilt SY 310 5 eTO NOT 
Trees EA nee 80.00 8380 
Adjust Manhole & Catch Basin BA Bs AO GOON len ante 
6,763 
Contingencies, Unit Cost Increase, Engineering - 21% 1,421 
8,189 

USE $8,200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREETS COSTS BY STREETS 


TOWNSEND STRLET 


From Codman to Walnut Avenue (wP401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (8-4-25) SY 2600 3.90 10,140 
Granite Curb - Straight LF 1600 3370) S200 
Granite Curb - Curved LF 82 5.50 451 
Concrete Sidewalk - Rebuilt SY 1310 5.70\\ 7,467 
Trees EFA 18 80.00. 1,440 
Adjust Manhole & Catch Basin EA 12)" 8Q700 480 


25 ,898 
Contingencies, Unit Cost Increase, Engineering - 21% _5,439 
31,337 

USE_ $31,300 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


TOWNSEND STREET 


From Walnut to Harold (wWP401-4) 


va 


/ 


INTERIOR’ | 


UNIT 
ITEM UNIT QUANTITY COST TOTAL 


Pavement-Reconstruct (8-4-2) SY 1100 3.9077 4, 200 


Granite Curb - Straight LF 680 270 rhe ee 
Granite Curb - Curved LF BOs 1c) 15x50 275 
Conerete Sidewalk-Rebuilt SY 560 5.70 3,192 
Trees EA 9 80,00 720 
Adjust Manhole & Catch Basin EA BO 8 On. 06 eho 

11,2383" 
Contingencies, Unit Cost Increase, Engineering - 21% 2,359. 

13,592 


USE $13,609 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


TOWNSEND STREET 


From Harold to Humboldt (wp401-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (8-4-23) Sy 2300 3°90) (.Be070 
Granite Curb - Straight LF 730 S210 2,701 
Granite Curb - Curved LF 30 5a 165 
Concrete Sidewalk - Rebuilt SY 1250 yn hs, 7,125 
Trees EA 12. 80208 960 
Adjust Manhole & Catch Basin EA 7 40.00 + \'e80 


20,201 
Contingencies, Unit Cost Increase, Engineering - 21% 4,2he 
24,443 

USE $24,400 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


TOWNSEND STREET 


From Humboldt to Hazelwood (wp4o1-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - New (8-4-22) SY 450 4.40 1,980 
Pavement - Reconstruct (8-4-23) Sy 1160 3.90 4,524 
Granite Curb - Straight LF 660 STO eee 
Granite Curb - Curved LF 320 5.50 LTO 
Concrete Sidewalk - New SY 350 6500\ S100 
Concrete Sidewalk - Rebuilt SY 350 a eet 49, 1,995 
Trees EA 8 80.00 640 
Adjust Manhole & Catch Basin EA 4 40.00 160 


15,601 
Contingencies, Unit Cost Increase, Engineering - 21% 3,276 
18,877 

USE $18,900 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


TOWNSEND STREET 


From Hazelwood to Warren (WP4O1-4&%6) 


INTERIOR 
UNIT ' 
ITEM UNIT QUANTITY COST TOTAL 
Pavement-New (8-4-23) SY 650 k.4O 8=— 2, 860 


Pavement-Reconstruct (8-4-24) sy 1680 3.90 6,552 
Granite Curb ~- Straight LF 1000 3610 3, 700 


Granite Curd - Curved LF 150 5.50 825 
Concrete Sidewalk-New SY 4oy 600) 4ea70b 
Concrete Sidewalk-Rebuilt red 450 ey 2,565 
Trees EA Lb SOSO0 i fae ome 
Adjust Manhole & Catch Basin EA LO HOG OD LOO 


20,808 
Contingencies, Unit Cost Increase, Engineering - 21% 4,370 
25,178 

USE $25,200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


WABENO STREET 


From Waumbeck to Wabon (WP401-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST 
Concrete Sidewalk-Rebuilt SY 160 5.70 


TOTAL 
912 


Contingencies, Unit Cost Increase, Engineering - 21% 191 


USE $1,100 


1,103 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WABON STREET 


From Wabeno to Warren (WP401-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Conerete Sidewalk-Rebuilt SY 1320 5.705) Papen 


Contingencies, Unit Cost Increase, Engineering - 21% 1,580 
9,104 
USE $9,100 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


Serrano eerie lees otra 


WAKULLAH STREET 


From Rockland to Hewes (WP401-2) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 

Pavement -Reconstruct (8-4-24) = sy 500 3.900) 22080 
Granite Curb - Straight LF 460 Se TO een oe 
Granite Curb - Curved LF 20 5.50 110 
Concrete Sidewalk-Rebuilt SY 270 at 1,539 
Adjust Manhole & Catch Basin EA 3. 40.00 120 
5,421 

Contingencies, Unit Cost Increase, Engineering - 21% 1,138 
6,559 

USE $6,600 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WAKULLAH STREET 


From Hewes to Dale (WP401-2&%4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Reconstruct (8-4-24) sy 310 3.90 «4.1209 
Granite Curb - Straight LF 230 3470 851 
Granite Curb - Curved LF 50 AO 275 
Concrete Sidewalk - Rebuilt SY 330 5.70 TAL 
Adjust Manhole & Catch Basin EA dy 40.00 160 
| 3,236 
Contingencies, Unit Cost Increase, Engineering - 21% __ 680 
3,916 

USE $3,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET:‘COSTS BY STREETS 


Swe eee stunesnsnnponensennns=sennasnseneshpecsnrnninua~euncspinpeerresecsergernmns 


WALNUT AVENUE 


From Seaver to Homestead (WP401-5) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Reconstruct (8-6-23) sy 1010 4.20 4,ehe 
Granite Curb - Straight LF 480 S770 a ero 
Granite Curb - Curved LF 110 5.50 605 
Concrete Sidewalk - Rebuilt SY 400 5 100 2 80 
Trees EA ag eeayoo 560 
Adjust Manhole & Catch Basin EA 13. 40.00 _ 520 


9,983 
Contingencies, Unit Cost Increase, Engineering - 21% 2,096 
12,079 

USE $12,100 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS | 


WALNUT AVENUE 


From Homestead to Walnut Park (WP401-5) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Reconstruct (8-6-23) SY 450 4,20 1,890 
Granite Curb - Straight LF 200 bre de) 740 
Granite Curb - Curved LF 30 5.50 165 
Concrete Sidewalk - Rebuilt SY 200 5.70 1jo40 
Trees EA Bik Os OO 160 
Adjust Manhole & Catch Basin EA 5 40.00 200 
4,295 
Contingencies, Unit Cost Increase, Engineering - 21% 902 
Dino t 

USE $5, 200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WALNUT AVENUE 


From Walnut Park to Ruthven (WP401-5) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Reconstruct (8-6-23) sy 620 4.20 2,604 
Granite Curb - Straight LF 260 3.70 962 
Granite Curb - Curved LF 20 Me, ®. 110 
Concrete Sidewalk - Rebuilt SY 320 BG) Laoen 
Trees EA 4 80.00 320 
Adjust Manhole & Catch Basin  &EA 4 40.00 160 
5,980 

Contingencies, Unit Cost Increase, Engineering - 21% 1,256 
T ,236 

USE $7,200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET costs BY STREETS 


<> epee gee eerste ROA 


WALNUT AVENUE 
From Ruthven To Abbotsford (WP401-5) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement ~ Reconstruct (8-6-24) sy 699 4.20 2,898 
Granite Curb - Siraieht LF 230 oe 3 amas W's ct 
Granite Curb - Curved LF 30 5.50 165 
Conerete Sidewalk - Rebuilt SY 330 LOW aes tee 
Adjust Manhole & Catch Basin EA 6 40.00 __ 240 


6,220 
Contingencies, Unit Cost Increase, Engineering - 21% 1,306 
7,526 


USE $7,500 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WALNUT AVENUE 


From Abbotsford to Westminister (WP401-5) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (8-6-23) Sy E9) 4.20 3,738 
Granite Curb - Straight LP 379 S701. oh 369 
Granite Curb - Curved LF ate 5.50 220 
Concrete Sidewalk - Rebuilt SY 430 Bel Ol akeg ee 
Trees EFA 2 80.00 160 
Adjust Manhole & Catch Basin EA Oh BE VOOE salar 
8,218 
Contingencies, Unit Cost Increase, Engineering - 21% 1,726 
9,944 

USE $9,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


een eran menace ada csc mepopecnin in-car a ltheruadensh wanes 


WALNUT AVENUE 


From Westminister to Cokden (WP401-5) 


INTERIOR 
UNIT 
Pavement - Reconstruct (8-6-23) SY 1520 4.20 6,384 
Granite Curb - Straight LF 690 fOr 2S bSe 
Granite Curb - Curved LF LO 5.50 220 
Concrete Sidewalk - Rebuilt SY 830 ey 60 bang! hy or bP 
Trees EA 8 80.00 640 
Adjust Manhole & Catch Basin EA 6! 40500). Bho 


14,768 
Contingencies, Unit Cost Increase, Engineering - 21% 3,101 
17,869 


USE $17,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


LL LC ES a SS Pass nneatapesmcserstrgneaan staan 


WALNUT AVENUE 


From Cobden to Dennison {WP401-3,4, & 5) 


INTERIOR 
UNIT 
Pavement - Reconstruct (8-6-23) Sy 1090 4,20 4,578 
Granite Curb - Straight LF 30) hs OU ioe L 
Granite Curb - Curved LF 30) S58oG 165 
Concrete Sidewalk ~ Rebuilt SY 600 5v70° «35460 
Trees EA 5 780400 400 
Adjust Manhole & Catch Basin EA 6 40.00 2ho 


10,764 
Contingencies, Unit Cost Increase, Engineering - 21% 2,260 
13,024 


USE $13,000 


Boston R-24/224(2) Exhibit "B" 112 of 167 


= Se eratipapapeneandememeesareeman ee eI LOL eee etal 
PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


cer errant eno nr ee Heme bth cinhinn slinatedien rypatgealiink 


WALNUT AVENUE 


From Dennison to Crawford (WP401-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (8-6-23) sy 800 4.20 3,360 
Granite Curb - Straight LF 290 So L073 
Granite Curb ~ Curved LF 56 5.50 308 
Concrete Sidewalk - Rebuilt - sy 400 5. 10s) 2e0eo 
Trees EA 2 80.00 160 
Adjust Manhole & Catch Basin EA 8 40.00 320 
13501 
Contingencies, Unit Cost Increase, Engineering - 21% 1,575 
9,076 
USE $9,100 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 


EXHIBIT: "B" - STREE'' COSTS BY STREETS 


WALNUT AVENUE 


From Crawford to Harrishof (wP4o1-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST 
Pavement - Resurface (24) SY 800 1.20 
Trees EA 5 80.00 


Adjust Manhole & Catch Basin EA 6 40.00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE_$1,900 


TOTAL 
960 
400 
240 

1,600 


336 


1,936 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


eerste pence enspeenrpntpcntenrper-aesnnersescerseveenetingrnruneunanmnnseponeunsputesave-erestesinennsss 


WALNUT AVENUE 


From Harrishof to Townsend (WP401-~4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Resurface (23) SY 1110 LeU haa 5e 
Trees EA 6 80.00 480 
Adjust Manhole & Catch Basin EA 4 40,00 __160 


1,972 
Contingencies, Unit Cost Increase, Engineering - 21% AVA 


2,386 


USE $2,400 
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PROJECT IMPROVFMENT REPORT CODE NO. R-224(2) 
EXHIBIT ."B" - STREET COSTS BY STREETS 


WALNUT AVENUE 


From Townsend to Munroe (wWP4o1-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface SY 1780 1.20 | 25356 
Trees EA 8 80,00 640 
Adjust Manhole & Catch Basin EA 9 40.00 _ 360 
3,136 
Contingencies, Unit Cost Increase, Engineering - 21% _ 659 
3,795 

USE $3,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


aerate sennpesataetnesnseensstnsvemnpetersipuortnpumrnmunnasting-apsnoaesphommemiaseers- cetacean 


WALNUT AVENUE 


From Munroe to Road "4A" (WP4O1-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (23) SY 1,630 1.20 1,956 
Pavement - Reconstruct (8-6-24) sy 500... “4.208. 2100 
Granite Curb - Straight LF DAD 3.70 487 
Granite Curb - Curved — LF 150. = 5150 825 
Trees EA 10 80.00 800 
Adjust Manhole & Catch Basin EA 8 40.00 320 
| 6,482 
Contingencies, Unit Cost Increase, Engineering - 21% 1,361 
7,843 

USE _$7,800_ 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COS?S BY STREETS 


WALNUT AVENUE 


From Humboldt to End(WP401-4) 


INTERIOR 
UNIT 
‘ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement New (8-4-2) ay 1,600 4.40 7,040 
Pavement Reconstruct (8-4-23) SY 1,600 3.90 6,240 
Pavement Resurface (13) SY 640 1.20 768 
Granite Curb Straight LF 200 3470 THO 
Granite Curb Curved © LF 270 5.50 1,485 
Concrete Sidewalk New we 370 6V00 sezeeo 


x 


> 


Adjust Manhole & Catch Basin 3 40.00 120 
18,613 
Contingencies, Unit Cost Increase, Engineering - 21% - 3,909 
22,622 


USE $22 , 600 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


tee ee ee 
WALNUT AVENUE 


From Humboldt to Dale (WP401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement-New (8-6-23) SY 330 4.80 1,584 
Pavement-Reconstruct (8-6-23) SY he 4 20 3, 234 
Granite Curb - Straight LF 410 SPAS BOS why 
Granite Curb - Curved | LF 100 5.50 550 
Concrete Sidewalk-New ‘SY 277 6.00 1,662 
Concrete Sidewalk-Rebuilt SY 2ho 5.70 1,368 
Adjust Manhole & Catch Basin EA 3 40.00 120 


10,035 
Contingencies, Unit Cost. Increase, Engineering ~ 21% a. Loe 
12,142 

USE $12,100 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


Senet er psn enna sunny nnoneetanmnts sans sen reteeone-e 


WALNUT AVENUE 


From Dale to Rockland Street (WP401-2&4) 


INTERIOR 
; UNIT 
ITEM | UNIT QUANTITY cost TOTAL 
Trees EA 26 80.00 2,080 


Contingencies, Unit Cost Increase, Engineering - 21% 437 


2,517 
USE $2,500 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WALNUT AVENUE 


From Warren to Circuit (WP401-2) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement-New (8-6-23) SY 735 4.80 3,528 
Pavement-Reconstruct (8-6-24) sy 2,540 4.20 10,668 
Granite Curb - Straight LF 900 3.790 3,330 
Granite Curb - Curved “ LF 200 550: cere 
Concrete Sidewalk-New SY 400 6.00 2,400 
Concrete Sidewalk-Rebuilt SY 580 5.70 3,306 
Trees EA 16 80.00 1,280 
Adjust Manhole & Catch Basin EA 10 40.00 LOO 


26,012 
Contingencies, Unit Cost Increase, Engineering - 21% 5,465 
31,477 

USE $31,500 


Boston R-24/R-224(2) Exhibit "B" 121 of 167 


‘Sones REAR teeererettemmienstnterheieneteimeemneteeme er a ee a Ne a 


PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WALNUT PARK 


From Washington to Waldren (WP401-5) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (14) SY 2400 Leo) eho 
Pavement Reconstruct (8-4-23) SY 120 3.90 468 
Concrete Sidewalk - Reconstruct SY 470 5410" “25679 
Adjust Manhole & Catch Basin EA 10 40.00 400 
6,427 
Contingencies, Unit Cost Increase, Engineering - 21% 1,350 
(evga 

USE $7,800 


Boston R-24/R-224(2) Exhibit "B" 122 of 167 


ene 


PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


ee ee ee 


WALNUT PARK 


From Waldren to Wardman (WP401-5) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY cosT 
Pavement - Resurface (13) SY 350 1:20 
Concrete Sidewalk - Reconstruct SY 90 ge 
Adjust Manhole & Catch Basin EA 4 40.00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $1,400 


TOTAL 
420 
513 


160 


1,093 


295 


1,305 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 
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WALNUT PARK 


From Wardman to Walnut Avenue (WP401-5) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY cost 
Pavement - Resurface (14) SY 1190 1720 
Concrete Sidewalk - Rebuilt SY 230 apa AS, 
Adjust Manhole & Catch Basin EA 5 40.00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $3,600 


TOTAL 
1,428 
aes hie 


200 


2,939 


617 


3,556 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


cesarean ensues seinen esnusnipameitnstenspnsceidoninpeseesece 


WARDMAN ROAD 


From Walnut Park to Westminister (WP401-5) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘Topaz 
Pavement - Resurface (14) sy 1,000 1220) 1, 2006 
Adjust Manhole & Catch BasinkEA 8 40.00 320 


13-520 
Contingencies, Unit Cost Increase, Engineering - 21%319 


| 1,839 
USE $1,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-22(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


WAUMBECK STREET 


From Crawford to Harold (WP401~-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST 
Pavement - Resurface (13) SY 910 1.20 
Adjust Manhole & Catch Basin EA 6 40.00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $1,600 


TOTAL 
1,092 


240 


1,332 


280 


yGLe 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 
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WAUMBECK STREET 
From Harold to Road "y" (WP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - Reconstruct (8-4-24) sy 430 3:790 9 W677 
Granite Curb - Straight LF Lov 3270 555 
Granite Curb - Curved | LF 70 5.50 385 
Concrete Sidewalk - New SY 70 6,00 420 
Concrete Sidewalk - Rebuilt SY 100 een ae at £8; 
Adjust Manhole & Catch Basin EA 2 40.00 80 
3,687 
Contingencies, Unit Cost Increase, Engineering - 21% _ 774 
4,461 

USE $4,500 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WAUMBECK STREET 


From Harold to Humboldt (wP401-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Trees EA Tf 80.00 560 


Contingencies, Unit Cost Increase, Engineering - 21% 118 
678 
USE $700 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WAUMBECK STREET 


From Humboldt to Wabeno (WP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY Cost TOTAL 
Pavement Reconstruct (8-4-23) SY 460 3.50 « i9ge 
Granite Curbing Curved LF 120 5 50 660 
Concrete Sidewalk Rebuilt SY 90 5.70 513 
Pavement - Resurface (13) SY 970 20 Fases 
Adjust Manhole & Catch Basin EA 6 4o,00 _ 240 
4,371 
Contingencies, Unit Cost Increase, Engineering - 21% __ 918 
5,289 

USE $5,300 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WAUMBECK STREET 


From Wabeno to Wenonah (WP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY _COST TOTAL 
Pavement - Resurface (14) SY 1,250 LPO soo 
Adjust Manhole & Catch Basin EA 6 40.00 24.0 
1,740 
Contingencies, Unit Cost Increase, Engineering - 21% __ 365 
agi Gah 

USE $2,100 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WAUMBECK STREET 


From Wenonah to Warren (WP4O01-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (13) SY 1,520 1.20 1,824 
Adjust Manhole & Catch Basin EA 6 40.00 _ 240 
2,064 
Contingencies, Unit Cost Increase, Engineering - 21% __ 433 
2,497 

USE $2,500 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WAYNE STREET 


From Maple to Blue Hill Avenue (WP4O1-7} 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - Reconstruct (8-4-~24) SY 1,790 3.90 6,981 
Granite Curb - Straight LF Ly, 300 3.70 4,810 
Granite Curb - Curved LF 210 5.50 605 
Concrete Sidewalk - Rebuilt oy 1,900 5.70 10,830 
Adjust Manhole & Catch Basin EA 12 40.00 480 


23,706 
Contingencies, Unit Cost Increase, Engineering - 21% 4,978 
28 , 684 


USE $28,700 


Boston R-24/R-224(2) Exhibit "B" 132 of 167 


PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WENONAH STREET 


From Waumbeck to Elm Hill (WP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY cOST ‘TOTAL 
Pavement - Reconstruct (8=4-24) SY 1;690 3;90' 6,591 
Granite Curb - Straight LF P0380" ~St7G \ eae 
Granite Curb - Curved LF 40 5.50 770 
Concrete Sidewalk ~ Rebuilt SY 1,730. S270 A\G; 5G 
Adjust Manhole & Catch Basin FA 6 40.00 240 
eljyzias 

Contingencies, Unit Cost Increase, Engineering - 21% 4,467 
25,740 


USE $25,700 
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PROJECT IMPROVEMENT REPORT CODE NO, R~-224(2) 
EXHIBIT "B" ~ STREET COSTS BY STREETS 


WESTMINISTER STREET 


From Washington to Walnut (WP401-3&5) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Concrete Sidewalk - Rebuilt SY 310 5.70. Tava 
Contingencies, Unit Cost Increase, Engineering - 21% 371 
23135 
USE $2,100 
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PROJECT IMPROVEMENT REPORT 
EXHIBIT "B" - STREET COSTS BY STREETS 


CODE NO, R-224(2) 


WYOMING STREET 


From Wabeno to Warren (WP401-6) 


INTER TOR 
UNIT 
ITEM UNIT QUANTITY COST 
Concrete Sidewalk - Rebuilt’ SY 780 5.70 
Contingencies, Unit Cost Increase, Engineering - 21% 
USE $5,400 


TOTAL 
4 46 


934 


5,380 
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CODE NO, R-224(2) 


PROJECT IMPROVEMENT REPORT 
EXHIBIT "B" - STREET COSTS BY STREETS 


ROAD "A" 


From Washington to Wainut (WP401-4) 


ITEM 


Earth Excavation 
Ordinary Borrow 
Pavement ~ New (8-6-24 
Granite Curb = Straight 
Granite Curb = Curved 
Concrete Sidewalk - New 
Loaming & Seeding 
Trees 

Pedestrian Overpass 


INTERIOR 


UNIT 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $211,000 
Boston R-24/R-224(2) Exhibit "B" 


UNIT 
QUANTITY COST ‘TOTAL 
24,000 1.50 36,000 
4ddp 2.50 Ss 
7,500 4.80 36,000 
4 5000 3.70 14,800 
150 5.50 825 
1,550 6.00 9, 300 
4, 200 0.90 3,780 
106 80.00 38,480 
64,000.00 64,000 
174,295 
36,602 
210,897 
136 of 167 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


cerevisiae gp 


ROAD "A" 


From Walnut to Humboldt (wpyo1-4) 


INTERIOR 
UNIT 

ITEM «UNIT «QUANTITY COST ‘TOTAL 

Earth Excavation CY 3556 1.50 5,334 
Ordinary Borrow Cy 4000 2.50 10,000 
Pavement - New (8-6-23) SY 5450 4.80 26,160 
Granite Curb - Straight LF 2700 ae ee 9,990 
Granite Curb - Curved LF 120 550 660 
Concrete Sidewalk - New SY 1100 6.00 6,600 
Loaming & Seeding SY 3000 0.90 2,700 
Trees EA 72 80.00 6,060 
67,504 

Contingencies, Unit Cost Increase, Engineering - 21% 14,176 
81,680 


USE $81,700 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "“B" - STREET COSTS BY STREETS 


ROAD "A" 


-From Humboldt to Warren (we4o1-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Ordinary Borrow ox 934 2.50 2,335 
Pavement - New (8-6-24 ay 8, 300 4.80 39,840 
Granite Curb - Straight LF 3,940 3.70 14,578 
Granite Curb - Curved LF 150 5.50 825 
Conerete Sidewalk-New | SY le 6.00 10,200 
Loaming & Seeding SY 4,600 Ov90. 4,240 
Trees EA 114 80.00 9,120 
Pedestrian Overpass BA 1 64,000.00 64,000 


145,038 
Contingencies, Unit Cost Increase, Engineering - 21% 30,458 
175,496 

USE $175,500 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ROAD "B" 


From Catawba to Dale (WP401-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 

Earth Excavation CY 986 1.50 1,479 
Pavement - New (8-4-2) SY 1,020 4.40 4,488 
Granite Curb - Straight UN aa 480 300 EEG 
Granite Curb - Curved LF 126 5.50 693 
Concrete Sidewalk - New SY 530 6.00 3,180 

11,616 
Contingencies, Unit Cost Increase, Engineering - 21% 2,439 

14,055 


USE $14,100 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ROAD "c" 


From Humboldt to Laurel (we401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Ordinary Borrow CY 4UO 2-50 15,100 
Pavement - Reconstructed SY 1,540 3.90 2.7166 
Granite Curb - Straight LF 250 3.40 925 
Granite Curb - Curved LF 180 5.50 990 
Concrete Sidewalk - ReconstructedSy 330 5. 7Ow Bar 
7,002 
‘ Contingencies, Unit Cost Increase, Engineering - 21% 1,470 
8,472 

USE $8,500 
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~ 
PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ROAD "p" 


From Galena to Kensington (WP401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - New (8-4-24 SY ANO 4.40 1,936 
Granite Curb - Straight LF 340 3.70 4ageso 
Granite Curb - Curved LF 50 2PEs S| 275 
Concrete Sidewalk - New SY 220 6.00 1,320 
4,789 

Contingencies, Unit Cost Increase, Engineering - 21% 1,006 
53795 


USE $5,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ROAD "Dp" 


From Kensington to Mayfair (wP401-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - New (8-4-23) Sy 400 4.40 1,760 
Granite Curb - Straight LF 340 3.70 1,258 
Granite Curb - Curved LF 60 5.50 330 
Concrete Sidewalk - New SY 220 6.00 1,320 
4,668 
Contingencies, Unit Cost Increase, Engineering - 21% 980 
5,648 

USE $5,600 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 
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ROAD "E" 


‘From Bréniton::to’ Elmore (WP401-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Earth Excavation CY 146 5G 219 
Ordinary Borrow CY L7O Papi 9 Whee bea bys" 
Pavement - New (8-4-23) SY 665 4.40 2,926 | 
Granite Curb - Straight LF 460 3 La ee 
Granite Curb - Curved LF 16 5.50 88 
Concrete Sidewalk - New ay 359 6, 0002 bee 
8, 264 
Contingencies, Unit Cost Increase, Engineering - 21% 1,735 
9,999 
USE $10,000 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ROAD "RF" 


From Hollander to Holworthy (WP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Earth Excavation GY LeTLO 1.50 2,565 
Pavement - New (8-4-23) Sy ' (665 «4:40 +2;926 
Granite Curb - Straight LF 460 3.70! “La7oe 
Granite Curb - Curved LF 126 5.50 693 
Concrete Sidewalk - New SY 359 6.00 2,154 
10, 040 


Contingencies, Unit Cost Increase, Engineering - 21% 2,108 
12,148 


USE $12, 400 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ROAD "GQ" 


From Hollander to Holworthy (WP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 

Earth Excavation oY 708 150%) 2562 
Pavement - New (8-4-234) SY 860 4.40 63,784 
Granite Curb - Straight LF 500 5.700 45650 
Granite Curb - Curved LF 100 5150 550 
Concrete Sidewalk - New SY 470 6.00 2,820 
10,066 


Contingencies, Unit Cost Increase, Engineering - 21% 2,114 


12,180 
USE $12,200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS : | 


ROAD "H" 


From Howland to Waumbeck (WP401-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Earth Excavation CY 900 1.50) 850 
Pavement - New (8-4-23) SY 640 4.40 2,816 
Granite Curb - Straight LF 350 53.70) 15295 
Granite Curb - Curved LF 80 5.50 Aho 
Concrete Sidewalk - New SY 330 6.00 . 1,980 
Rock Excavation CY 150 LO.00 1,500 


9, 381 
Contingencies, Unit Cost Increase, Engineering - 21% 1,970 


11,351 


USE $11,400 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


ROAD "J" 


From Hutchings to Homestead (WP401-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 

Rock Excavation CY 150 20,00. D500 
Earth Excavation CY 1,250 1.50 1,875 
Pavement - New (8-4-23) SY 1,150 4.40 5,060 
Granite Curb - Straight LF 54.0 3.70 1,998 
Granite Curb - Curved LF 260 5.50 1,430 
Concrete Sidewalk - New SY 620 6.00 3,720 


14,583 
Contingencies, Unit Cost Increase, Engineering - 21% 3,062 
17,645 


USE $17,600 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STRFET COST BY STREETS 
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ROAD "K" 
At Columbus Avenue (WP401-3) 
INTERIOR 
UNIT 
ITEM UNIT QUANTITY  cOsT TOTAL 
Pavement - New (8-6-23) SY 450 4.80 2,160 
Pavement Patching Sy 75 2.00 150 
Grenite Curb - Straight LF 155 3.70 574 
Granite Curb - Curved LF 25 5.50 138 
Concrete Sidewalk ~ New SY 130 6.00 780 
Trees FA 5 80.00 __400 
4 202 
Contingencies, Unit Cost Increase, Engineering - 21% __ 882 
5,084 
USE $5,100 
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PROJECT IMPROVEMENT REPORT CODE NO. R-22'(2) 
EXHIBIT "B" - STREET COST BY STREETS 


ROAD "L" 


From Columbus Avenue to Washington (WP401-3) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COsT TOTAL 
Pavement - New (8-6-24) SY 3,525 4.80 16,920 
Granite Curb - Straight LF 2,085 3.70 7,714 
Granite Curb - Curved LF 180 5.50 990 
Concrete Sidewalk - New S¥ 7 Bie 6.00 10,872 
Trees EA 60 80.00 _4,800 
41,296 
Contingencies, Unit Cost Increase, Engincering - 21% _8,672 
49,968 

USE_$50,000 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STREUT CCST BY STREETS 
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ROAD "mM" 


From Road "L" to Ritchie (WP401-3) 


INTERTOR 
UNIT 

ITEM UNIT QUANTTTY COST ORAL 

Pavement - New (8.6.23) SY 2,632 4.80 12,634 
Granite Curb - Straight IF 1,465 3.70 5,421 
Granite Curb - Curved LF 310 5-50 1,705 
Concret2 Sidewalk ~ New es A 6.00 8,238 
Trees EA 45 80.00 3.600 
31,598 

Contingencies, Unit Cost Increase, Engineering - 21% _6,636 
38, 234 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 
EXHIBIT "B" - STRENT COSTS BY STHEETS 
reenter tenn ieee ne 


ROAD "yy" 


From Road "M" to Marcella and Road "L" (WP401-3) 


INTERTOR 
UNIT 

TEM UNIT QUANTITY COST © TOTAL 

Pavement - New (8-6-23) SY 3,105 4.80 14,904 
Granite Curb - Straight LF 1,485 sero 5,495 
Grarite Curb - Curved LF 260 5.50 1,430 
Concrete Sidewalk -~ New SY 1,356 6.00 8,136 
Trees EA 46 80 .00 3.680 
33, 645 

Contingencies, Unit Cost Tncrocse, Engineering - 214% 7,065 
40,710 

USE $40,700 


Boston R-2)/R-224(2) Exhibit "B" 147D of 167 


PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


COLUMBUS AVENUE 


From Walnut to Washington (wP401-5) 


BOUNDARY 
: UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Trees EA 21 80.00 1,680 
Contingencies, Unit Cost Increase, Engineering - 21% __ 383 
2,033 
USE $2,000 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


DUDLEY STREET 
From Warren to Washington (WP4O1-1) 


BOUNDARY 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - New (8-6-24) SY 1700 4.80 8,160 
Pavement - Reconstruct (8-6-23) SY 1700 4,20 7,140 
Granite Curb - Straight LF 1480 3.70 5,476 
Granite Curb - Curved LF 130 0 715 
Concrete Sidewalk - New SY 620 6.00: 3,720 
Concrete Sidewalk - Rebuilt SY 620 5.70 3,534 
Loaming & Seeding SY 1900 090° to 
Trees EA 24 80.00 1,920 
Adjust Manhole & Catch Basin EA 6 40.00 __ 240 


32,615 
Contingencies, Unit Cost Increase, Engineering - 21% 6,849 
39,464 

USE $39,500 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


SEAVER STREET 


From Blue Hill to Maple (WP401-7) 


BOUNDARY 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Trees EA by 80.00 1,200 
Contingencies, Unit Cost Increase, Engineering - 21% ae 
1,452 
USE $1,500 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


SEAVER STREET 


From Maple to Elm Hill (wP401-7) 


BOUNDARY 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Trees EA 9 80.00 720 
Contingencies, Unit Cost Increase, Engineering - 21% 151 
871 
USE $900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


SEAVER STREET 


From Elm Hill to Humboldt (wP4C1-7) 


BOUNDARY 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Trees EA 20 80.00 1,600 
Contingencies, Unit Cost Increase, Engineering ~ 21% _ 336. 
1,936 
USE $1, 900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "5" - STRENT GOSTS BY STREETS 


SEAVER STREET 


~ 
re ree eee 


From Humboldt to Walnut (WP4O1-5 & 7) 


BOUNDARY 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (13) SY 3,110 1620 1437752 
Concrete Sidewalk - New SY 78 6.00 468 
Granite Curb - Straight LF 100 53/70 370 
Trees EA 55 80,00 2,800 
Adjust Manhole & Catch Basin EA 6 40.00 — 2ho 


Contingencies, Unit Cost Increase, Engineering - 21% 1,598 


USE 3200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WARREN STREET 
From Deckhard to Townsend (WP401-6) 


BOUNDARY 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - New (8-6-23) SY 1300 4.80 6,240 
Pavement - Reconstruct (8-6-23) Sy 1300 4.20 5,460 
Granite Curb - Straight LF 1290 33700 4AaT7s 
Granite Curb - Curved LF 76 5.50 418 
Concrete Sidewalk - New SY 260 6.00 1,560 
Concrete Sidewalk - Rebuilt SY 260 5.70 1,482 
Loaming & Seeding SY 700 0.90 630 
Trees EA 24 80.00 1,920 
Adjust Manhole & Catch Basin EA 2 40.00 80 


22,563 
Contingencies, Unit Cost Increase, Engineering - 21% 4,738 
27,301 


USE $27 , 300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 
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WARREN STREET 
From Townsend to Munroe (WP4O1-4&6) 


BOUNDARY 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - New (8-6-23) SY 1300 4.80 6,240 
Pavement - Reconstruct (8-6-24) sy 1300 4.20 5,460 
Granite Curb - Straight LF 1290 3370 @4au73 
Granite Curb - Curved LF 166 5350 913 
Concrete Sidewalk - New SY 260 6,00 1,560 
Concrete Sidewalk - Rebuilt SY 260 5270 1,482 
Loaming & Seeding SY 700 0.90 630 
Trees EA 24 80.00 1,920 
Adjust Manhole & Catch Basin EA a 40.00 ho 


23,018 
Contingencies, Unit Cost Increase, Engineering - 21% 4,834 
27,852 


USE $27,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WARREN STREET 
From Munroe to Road "A" (WP4O1-4) 


BOUNDARY 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - New (8-6-23) SY 1100 4.80 5,280 
Pavement - Reconstruct (8-6-23) SY 1100 4.20 4,620 
Granite Curb - Straight LF 700 ee i” 2,590 
Granite Curb - Curved LF 136 eas 3 715 
Conerete Sidewalk - New SY 120 6.00 720 
Concrete Sidewalk - Rebuilt SY 120 5.70 684 
Loaming & Seeding SY 400 0.90 360 
Trees EA 12 80.00 960 
Adjust Manhole & Catch Basin EA 1 40.00 4o 


15,969 
Contingencies, Unit Cost Increase, Engineering - 21% 3,353 
19,322 


USE $19,300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WARREN STREET 
From Road "A" to Dale (WP4o1-4) 


BOUNDARY 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - New (8-6-23) SY 3800 4,80 18,240 
Pavement Reconstruct (8-6-23 SY 3800 4.20 15,960 
Granite Curb - Straight LF 3820 3.70 14,134 
Granite Curb - Curved LF 200 5.50 1L., 200 
Concrete Sidewalk - New SY 780 6.00 4,680 
Concrete Sidewalk - Rebuilt SY 780 5.70 4,446 
Loaming & Seeding SY 2000 0.90 1,800 
Trees EA 64 80.00 5,120 
Adjust Manhole & Catch Basin EA 8S 40.00 — 380 


65,800 
Contingencies, Unit Cost Increase, Engineering - 21% 13,818 
79,618 


USE $79,600 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WARREN STREET 
From Dale to Walnut Avenue (WP401-2&4) 


BOUNDARY 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement - New (8-6-23) SY 4700 4.80 22,560 
Pavement - Reconstruct (8-6-23) SY 4700 4.20 19,740 
Granite Curb - Straight LF 5800 3.70 21,460 
Granite Curb - Curved LF 250 5.50 1 375 
Concrete Sidewalk - New SY 980 6.00 5,880 
Concrete Sidewalk - Rebuilt SY 900 org £9. 5 230 
Loaming & Seeding SY 2400 0.90 2,160 
Trees EA 45 80.00 3,600 
Adjust Manhole & Catch Basin EA 14 40.00 560 
82,465 

Contingencies, Unit Cost Increase, Engineering - 21% 17,318 
99,783 


USE $99,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


in tt fn eae peg msn g ne 


WARREN STREET 
From Walnut Avenue to Regent (WP401-2) 


BOUNDARY 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Pavement ~ New (8-6-23) SY 2840 4,80 13,632 
Pavement - Reconstruct (8-6-23) sy 2840 4.20 11,928 
Granite Curb - Straight LF 2800 3.70._10;360 
Granite Curb - Curved LF 250 ai pe, LRG fey 
Concrete Sidewalk - New SY 580 6.00 3,480 
Concrete Sidewalk - Rebuilt SY 500 5.70) 25850 
Loaming & Seeding SY 1500 0.90 Ly 350 
Trees EA 18 80.00 1,440 
Adjust Manhole & Catch Basin EFA 9 40.00 360 
46,775 

Contingencies, Unit Cost Increase, Engineering - 21% 9,823 
56,598 


USE $56,600 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WARREN STREET 
From Regent to Dudley (WP401-1&2) 


BOUNDARY 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - New (8-6-23) SY 3400 4.80 16,320 
Pavement - Reconstruct (8-6-23) SY 3400 4,20 14,280 
Granite Curb - Straight LF 3400 3.70 12,580 
Granite Curb - Curved LF 250 epee LesT 
Concrete Sidewalk - New SY 700 6,00 [42305 
Concrete Sidewalk - Rebuilt SY 600 5.70 3,420 
Loaming & Seeding SY 1800 0,90 1,620 
Trees EA 35 80.00 2,800 
Adjust Manhole & Catch Basin EA 12 40.00 480 


57,075 
Contingencies, Unit Cost Increase, Engineering - 21% 11,986 
69,061 


USE $69,100 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 


EXHIBIT "B" - STREET COS1'S BY STREETS 


WASHINGTON STREET 


From St. James to Dudley (WP/401-1%2) 


BOUNDARY 
UNIT 
ITEM UNET QUANTITY cost 
Trees BA i 80.00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE_$700 


ete eanesnpaihstnaateyneerensone-=penge-aspsanearigpegnnnenanegumeee 


TOTAL 
560 


118 


678 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


WASHINGTON STREET 


From Circuit to St. James (WP401-2) 


BOUNDARY 
UNIT 
ITEM UNIT QUANTITY COST 
Trees BA 10 80.00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $1,000 


TOTAL 
800 
168 
968 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COS'TS BY STREETS 


LTS Ca A ED ESI ESAT se pint asap panacea ah iaaenetnmgeata 


WASHINGTON STREET 


From Westminister to Cobden (WP401-3) 


BOUNDARY 
UNIT 
ITEM UNI? QUANTITY COST TOTAL 
Trees EA 7 80.00 560 
Contingencies, Unit Cost Increase, Engineering - 21% en 
678 
USE $700 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WASHINGTON STREET 


From Cobden to Townsend (WP401-3) 


BOUNDARY 
UNIT 
ITEM UNIT QJANTITY COST TOTAL 
Trees EA 26 80.00 2,080 
Contingencies, Unit Cost Increase, Engineering - 21% 437 
2,517 
USE $2,500 


_—_—— 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


WASHINGTON STREET 


From Townsend to Road "A" (wP401-3e) 


- BOUNDARY 
UNIT 
ITEM UNT® QeNTITY COSP TOTAL 
Trees EA 6 80.00 480 
Contingencies, Unit Cost Increase, Engineering - 21% | _101 
581 
USE $600 | 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(2) 


EXHIBIT "B" - STREET COSTS BY STREETS 


WASHINGTON STREET 


From Road ; "A" to Dale (WP401-2&4) 


BOUNDARY 
UNIT 
ITEM UNIT QUANEZITY COST 
Trees EA 20 80.00 


TOTAL 
1,600 


Contingencies, Unit Cost Increase, Engineering - 21% 336 


USE $1,900 


1,936 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "B" - STREET COSTS BY STREETS 


=e ee eT 


WASHINGTON STREET 


From Circuit to Dale (WP401-2) 


BOUNDARY 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Pavement - Resurface (13) oh as a ee ise 1.20 1,596 
Trees BA 23) ‘GOe06 1,040 
Adjust Manhole & Catch Basin EA 8 40.00 320 
2,956 
Contingencies, Unit Cost Increase, Engineering - 21% 621 
Jeatt 

USE $3,600 
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APPLICATION FOR LOAN AND GRANT 
PART I: FINAL PROJECT REPORT 
PROJECT NO, MASS, R-24 


WASHINGTON PARK PROJECT 
BOSTON REDEVELOPMENT AUTHORITY 
BOSTON, MASSACHUSETTS 


PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "C" - UNIT COSTS FOR STREETS 


BITUMINOUS CONCRETE PAVEMENT (8"-4"-23" SECTION) NEW 


QUANTITY UNIT TOTAL 


ITEM UNIT PER SY COST PER SY 
Roadway Earth Excavation CY 0.58 1275" 2lee 
Gravel Borrow CY 0.28 2.50 0.70 
Grading, Rolling & Finishing SY 1.00 O725 0.15 
Calcium Chloride~Dust Control LB 0.60 0.05 0.03 
Crushed Stone Base Course TN 0.20 3.60 0.72 
Sand Borrow - Base Course CY 0.03 35 350) Oar 
Bitumen - Base Course GL nes 8, O20) 0 cee 
Bituminous Concrete 

Type I-1 TN 0.17 8.00 1.36 
4 39 


USE $4.40 PER SY 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "C" - UNIT COSTS FOR STREETS 


ee nee ne ee 


BITUMINOUS CONCRETE PAVEMENT (8"-4" os" SECTION) RECONSTRUCTED 


QUANTITY UNIT TOTAL 


ITEM UNIT PER SY COST PER SY 
Pavement Excavation SY 1.00 0.85 0.85 
Gravel Borrow CY 0.14 2.50  Oe35 
Grading, Rolling & Finishing SY a 8, OES Bes tS 
Calcium Chloride-Nust Control IB 0.60 0.05 0.03 
Crushed Stone-Base Course TN 0,20 35600" “Oare 
Sand Borrow-Base Course Cx 0.03 3.50 O.11 
Bitumen-Base Course GL i eto) ®, 0.20 8 PAS 
Bituminous Concrete Type I-1 TN opty, 8.00 1.36 

3.87 


USE $3.90 PER SY 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "C" - UNIT COSTS FOR STREETS 


BITUMINOUS CONCRETE PAVEMENT - RESURFACING 


QUANTITY UNIT #£ITOTAL 


ITEM UNIT PER S¥ coc PER SY 
Sweeping sy LO 0.10 ORL 
Bitumen GL ; eee 0.20 0.30 
Bituminous Concrete Type I-l ‘TN oats 8.00 0.80 

1e29 


USE $1.20 PER SY 
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PROJECT IMPROVEMENT REPORT 


EXHIBIT "C" - UNIT COSTS FOR STREETS 


— 


ea 


CODE NO. R-224(2) 


BITUMINOUS CONCRETE PAVEMENT (8"-6"-25" SECTION) NEW 


ITEM 


Roadway Earth Excavation 
Gravel Borrow 
Grading,Rolling & Finishing 
Calcium Chloride-Dust Control 
Crushed Stone Base Course 
Sand Borrow-Base Course 
Bitumen Base Course 


Bituminous Concrete Type I-l 


UNIT 
CY 


QUANTITY 
PER SY 


.62 
20 


.00 
.60 
30 
.03 
.50 
ele 


O 


Cee eC C7 a oD 


USE $4.80 PER SY 


Boston R-24/R-224(2) Exhibit "Cc" 


UNIT TOTAL 
COST PER SY 
inte 1.09 
2.50) OS fA 
ey ats OCS 
0.05 0.03 
3.60 1.08 
Bue. %, Cate 
Biya 8, Goa 
8.00 1.36 

4.82 
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PROJECT IMPROVMENT REPORT CODE NO. R-224(2) 
EXHIBIT "C" - UNIT COSTS FOR STREETS 


BITUMINOUS CONCRETE PAVEMENT (8"-6"-24" SECTION )RECONSTRUCTED 


QUANTITY UNIT TOTAL 


ITEM UNIT PER SY = COST ~~—-PER_SY 
Pavement Excavation SY 1400 0.85 0.85 
Gravel Borrow CY 0.14 2.50 On85 
Grading, Rolling & Finishing OY 1.00 Ons OeL5 
Calcium Chloride-Dust Control IB 0.60 0.05 0.03 
Crushed Stone-Base Course TN 0.30 3.60 1.08 
Sand Borrow-Base Course CY es Be 6a ith 
Bitumen-Base Course GE apne, 0.20 0.350 
Bituminous Concrete Type I-l Ww a escly 8.00 1.36 

4.23 


USE $4.20 PER SY 
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PROJECT IMPROVEMENT REPORT 


IMP CODE NO, R-224(2) 
EXHIBIT “C" - UNIT COSTS FOR STREETS 


GRANITE CURB - TYPE VA , /} - STRAIGHT 


QUANTITY UNIT TOTAL 


ITEM UNIT PER LF COST PER LF 
Granite Curb - Straight LF Leo 3.45 3.45 
Crushed Stone Base TN - GOT 3.60 0.25 


Seis 
USE $3.70 PER LF 
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PROJECT IMPROVEMENT REPORT CODE NO, R~-224(2) 
EXHIBIT "C" - UNIT COSTS FOR STREETS 


GRANITE CURB - TYPE ya - 4 - CURVED 


QUANTITY UNIT #£TOTAL 


ITEM UNIT PER LF COST PER LF 
Granite Curb - Curved LF LOO leo Seo 
Crushed Stone Base TN 0.07 3.60 “Owe 

a pis,*. 


USE $5.50 PER LF 
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PROJECT IMPROVEMENT REPORT 


EXHIBIT "Cc" - UNIT COSTS FOR STREETS 


CODE NO, R-224(2) 


CONCRETE SIDEWALK - NEW 


ITEM UNIT 
Earth Excavation CY 
Gravel Borrow CY 
Grading, Rolling& Finishing Oy 


Concrete Sidewalk - 2 Course SY. 


QUANTITY 
PER SY 


0.33 
0.28 
1.00 
1.00 


USE $6.00 PER SY 


Boston R-24/R-224(2) Exhibit "c" 


UNIT 
COST 


diet A 
ena) 6 
ies 
4.50 


TOTAL 
PER SY 


0.58 
0.70 
a2 he) 
4.50 
5.93 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "C" - UNIT COSTS FOR STREETS 


CONCRETE SIDEWALK - REBUILT 


QUANTITY UNIT TOTAL 


ITEM UNIT PER SY COST PER SY 
Sidewalk Excavation SY 1.00 O15 Bs the’ 
Gravel Borrow ey O del 2.50 0.28 
Grading, Rolling & Finishing SY 1.00 aL 0.15 
Concrete Sidewalk - 2 Course SY 1.00 4.50 4.50 

5.68 


USE $5.70 PER SY 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "c" - UNIT COSTS FOR STREETS 


LOAMING AND SEEDING 


QUANTITY UNIT £TOTAL 


ITEM UNIT PER SY COST PER SY 
Fine Grading SY Lit, #19. Oe ANS O ero 
Loam CY. Any 4.00 0.68 
Fertilizer, Seed and Mulch oy) 1.00 5 99 io | NAY aga 
0.89 


USE $0.90 PER SY 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(2) 
EXHIBIT "C" - UNIT COSTS FOR STREETS 


TREES 

UNIT 
ITEM UNIT QUANTITY Cost TOTAL 
Bracing LS 1 L5s00 15.00 
Excavation - Hand CY 2.00 ta a 15.00 
Loam CY 1.00 4.00 4.00 
Tree EA 1.00 45.00 45.00 


79.00 
USE $80.00 BA 
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PROJECT IMPROVEMENT REPORT 
EXHIBIT "c" 


CODE NO, R-224(2) 


- UNIT COSTS FOR STREETS 


PEDESTRIAN OVERPASS 


ITEM 
Superstructure Concrete 
Foundation Concrete 
Earth Excavation 
Ledge Excavation 
Built Up Plate Sections 
Rolled Sections 
Special Column - Plate Sections 
Railing: 

Grading 
Landscaping 
Lighting 


UNIT 
UNIT QUANTITY COST TOTAL 


CY 64 190.00 ‘12,160 


CY 64 100.00 6,400 
CY 200 10.00 2,000 
CY 100 25.00 2,500 
TN 14 600.00 8,400 
TN 14 500.00 7,000 
TN 13 750.00 9,750 
LF 400 10.00 4,000 
SY 3,000 1.00 3,000 
LS 1 5,000.00 5,000 
LS 1 3,800.00 _ 3,800 

64,010 


USE $64,000 owe 


Boston R-24/R-224 (2) 


Exhibit "c" 


42 of 12 


APPLICATION FOR LOAN AND GRANT 
PART I: FINAL PROJECT REPORT 
PROJECT NO. MASS, R-24 


WASHINGTON PARK PROJECT 


BOSTON REDEVELOPMENT AUTHORITY 
BOSTON, MASSACHUSETTS 
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PROJECT IMPROVEMENT REPORT: PARKS AND PLAYGROUNDS CODE NO. R-22h (3) 


Reference is made to the following drawing, which accompanies this report: 


Proposed Land Use Plan ~ Map 2 of Exhibit "Bb". 


In that Washington Park is basically a residential area certain existing 
parks and playgrounds will be improved and others will be developed. The 
accompanying Exhibits "A" and "B", are primarily for this development such 
as play areas, landscaping, etc. and does not include necessary grading. 
Removal of ledge outcroping and major grading of the park and playground 


area will be found under Rough Grading R-224(10). Lighting is covered under 
Street and Park Lighting R-22h/4). 


Unit prices were checked through the Park Department, City of Boston and 
proposed improvements are estimated on their standards for similiar park and 


playground areas in the Roxbury-North Dorchester District. 
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APPLICATION FOR LOAN AND GRANT 
PART I: FINAL PROJECT REPORT 


PROJECT NO. MASS. R-24 


WASEINGTON PARK PROJECT 


BOSTON REDEVELOPMENT AUTHORITY 


BOSTON, MASSACHUSETTS 


PROJECT IMPROVEMENT REPORT 
EXHIBIT "A" - PARKS AND PLAYGROUNDS 


Park J-l 
Park J-2 
Park J-3A & 3B 
Park J-4 
Park J-5 
Playground J-6 
Playground J-7 
Playground J-8 
Playground I-+2 
Playground I-5 
Playground I-6 


Horatio Harris Park 


Boston R-24/R-22h (3) 


Total 


Cost 


2h. ,600 
9,900 
127,200 
39,150 
135,600 
23,400 
7,950 
10,650 
22,500 
29,950 
33, (00 
h,900 


GRAD TOTAL 939 , 500 


Exhibit "A" 


CODE NO. R-224 (3) 


Charge 
To Project 


2h. ,600 
9,900 
127 ,200 
39,150 
135 ,600 
23,400 
1,950 
10,650 
22,500 
29 ,950 
33,700 
1,200 _ 
239 , 500 
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APPLICATION FOR LOAN AND GRANT 
PART I: FINAL PROJECT REPORT 
PROJECT NO. MASS. R-2h 


WASHINGTON PARK PROJECT 
BOSTON REDEVELOPMENT AUTHCRITY 
BOSTON, MASSACHUSETTS 


PROJECT IMPROVEMENT REPORT CODE NO. R-22h (3) 
EXHIBIT "B" - PARKS AND PLAYGROUNDS 


PARK J-1 
St. James between Alpine and Regent 
UNIT 
ITEM UNIT UANTITY Cost TOTAL 
Complete Development & Landscaping SF 22,580 0.90 20, 322 
Contingencies, Unit Cost Increase, Engineering - 21% 4,268 
21 590 
USE $24,600 
PARK J=2 
Corner of Walnut and Date 
) UNIT ) 
ITEM UNIT QUANTITY Cost TOTAL 
Complete Development & Landscaping . SF 9,100 0.90 8,190 
Congingencies, Unit Cost Increase, Engineering - 21% 1,720 
9,910 
USE $9,900 
Boston R-24/R-224(3) Exhibit "B" 
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PARK J-3A & 3B 


Road "A" between Washington and Humboldt 


UNIT 
ITEM UNIT QUANTITY COST 
Complete Development & Landscaping SF 116,800 0.90 
Contingencies, Unit Cost Increase, Engineering - 21% 
USE $127,200 
PARK J-4 
Humboldt Avenue tetween Deckard and Townsend 
UNIT 
ITEM UNIT QUANTITY COST 
Complete Development & Landscaping SF 35,934 0.90 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE 150 
PARCEL J-5 
Harold from Waumbeck to Crawford and Crawford from Harold to Humboldt. 
UNIT 
ITEM UNIT QUANTITY cost 
Complete Development & Landscaping SF 124,500 0,90 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $135,600 


Boston R-24/R-224 (3) Exhibit "B" 


TOTAL 
105,120 


22,075 
127,195 


TOTAL 
32, F421 


8,792 
39,133 


TOTAL 


112,050 


23,531 
139,501 
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PLAYGROUND J-6 


Walnut Avenue between Abbottsford and Cordan 


ITEM UNIT QUANTITY 
Asphalt Paved Area SF 18,600 
nao & Grass SF 56,130 
Playground Equipment Is 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $23,400 


PLAYGROUND J-7 


Corner of Walnut Park and Walnut Avenue 


ITEM UNIT QUANTITY 
Asphalt Parcel Area SF 3,450 
Loam & Grass SF 10,250 
Playground Equipment Ls 


Contingencies, Unit Cost Increase, Engineering - 21% 


NOTE: Unit Costs increased due to this being a small area. 


USE $7,950 


Boston R-24/R-224 (3) Exhibit "B" 


UNIT 
Cost 


0.20 


0.10 


UNIT 
COST 


0.30 


0.15 
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PLAYGROUND J-& 


Corner of Elm Hill Avenue and Homestead 


ITEM UNIT QUANTITY 
Asphalt Paved Area SF 5,000 
Loam & Grass SF 15,234 
Playground Equipment IS 


Contingencies, Unit Cost Increase, Engineering - 21% 


Unit Costs increased due to this being a4 small area. 


USE $10,650 _ 


NOTE: 


PLAYGROUND I-2 


Circuit between Washington and Walnut Avenue 


ITEM UNIT QUANTITY 
Asphalt Paved Area SF 19,000 
Loam & Grass SF 41,000 
Playground Equipment 1s 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $22 ,500 


Boston R-24/R-224 (3) Exhibit "B" 


UNIT 
COST 


0.30 
0.15 


UNIT 
cost 


0.20 


0.10 
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PLAYGROUND I-5 
Humboldt Avenue between Waumbeck and Harrishof 
ITEM UNIT UANTITY coat TOTAL 
Asphalt Paved Area SF 26 ,600 0.20 5, 320 
Loam & Grass SF Th, 300 0.10 7,430 
Playground Equipment IS S159 
Contingencies, Unit Cost Increase, Engineering - 21% wiles 
9,940 
USE $29 ,950 
PLAYGROUND 1-6 
Road "I" between Homestead and Hutchings 
UNIT 
ITEM UNIT QUANTITY «= COST» TOTAL 
Asphalt Paved Area SF 28 , 300 0.20 5 ,660 
Loam & Grass SF 82,150 0.10 8,216 
Playground Equipment Is = : oo 
Contingencies, Unit Cost Increase, Engineering - 21% 5,834 
33,710 


USE_ $33,700 
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HORATIO,. HARRIS PARK 


Bounded by Townsend, Walnut Avenue, Munroe and Harold 


UNIT 
ITEM UNIT UANTI TY Cost TOTAL 
Partial Development & Landscaping SF 103,180 0.60 61,908 
Contingencies, Unit Cost Increase, Engineering - 21% 13,000 


TH , 908 


USE $74,900 
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APPLICATION FOR LOAN AND GRANT 
PART I: FINAL PROJECT REPORT 
PROJECT NO. MASS. R-24 


WASHINGTON PARK PROJECT 
BOSTON REDEVELOPMENT AUTHORITY 
BOSTON, MASSACHUSETTS 


PROJECT IMPROVEMENT REPORT CODE NO. R-224 (3) 
EXHIBIT "C" - PARKS AND PLAYGROUNDS 


QUANTITY UNIT 


ITEM UNIT JER BY” =e TOTAL 
Gravel Borrow - 8" CY 0.22 2.50 0.55 
Grading, Rolling and Finishing SY 1.00 0.20 0.20 
Crushed Stone Base, Course - 2-1/2" TN 0.13 2.75 0.36 
Bitumen - Base Course GL 1.00 0.18 0.18 
Bituminous Concrete ~ Dense Mix = 1" TN 0.07 7.00 28 
1.7 


USE $1.80 PER SY OR $0.20 PER SF 


PARK DEVELOPMENT 
(BOSTON PARK DEPARTMENT) 


QUANTITY UNIT 
ITEM UNIT PER SY COST TOTAL 


Park Development Including Filling, 

Grading, Loam, Seeding, Fertilizer, 

Landscaping, Walks, Drainage and 

Park Benches SF 1.00 0.90 0.90 


Boston R-24/R-224 (3) Beeibse "co" l of 2 


LOAMING AND SEEDING 
QUANTITY UNIT 


ITEM UNIT © PERSY COST TOTAL 

Fine Grading SY 1.00 0.10 0.10 
Loan CY 0.17 4.00 0.68 
Fertilizer, Seed and Mulch SY 1.00 4 pe bE 0.11 
0.59 

USE $0.90 PER SY OR $0.10 FER SF 
TREES 
UNIT 

ITEM UIT. « QUANTTY = COST) TOTAL 

Bracing Is 1.00 15.00 15.00 
Excavation - Hand CY 2.00 1-50 15.00 
Loam CY 1.00 4.00 4.00 
Tree (Approximately 3" Diameter) EA 1.00 45.00 Biss 


USE -OO EA 
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APPLICATION FOR LOAN AND GRANT 
PART I: FINAL PROJECT REPORT 
PROJECT NO. MASS. R-24 


WASHINGTON PARK PROJECT 
BOSTON REDEVELOPMENT AUTHORITY 
BOSTON, MASSACHUSETTS 


Te 


PROJECT IMPROVEMENTS REPORT: STREETS AND PARK LIGHTING CODE NO. R-22h(4) 


Reference is made to the following drawings, which accompany this report: 


Street and Park Lighting WP-402 1 thru 7 


Lighting of Washington Park is in accurdance with standards established by 


the Street Lighting Division, Boston Public Works Department. 


Standardization has been established by the Division in that all standards 
will be the same whether for Single or twin units. Lamp brackets will be 
six feet and the lighting unit will be lumunaries wnitized 175 to 400 watt 
mercury vapor with built-in ballast and photo-cell. Single units will be 


3,500 tc 20,000 lumen and twin units will be 7,000 to 40,000 lumens. 


The main cable, between distribution manholes will be 3#2 Rand L in 4" fibre 
conduit encased in concrete. Lateral cable from the distribution manholes %~o 


the units will be 246 Rand L in 1-1/2 Inch conduit. 


Unit costs were supplied by the Street Lighting Division and from current bids 
on like items in the immediate vicinity of Washington Park. 


Although the estimates were based on mercury vapor this may be changed to 


Boston R-24 / R-224 (4) L 2S 


incandescent. 


The estimated cost of this site improvement will not be materially changed 


by this change in specifications. 


Boston R-24 / R-22h(h) 2 of 2 


APPLICATION FOR LOAN AND GRANT 
PART I: FINAL PROJECT REPORT 
PROJECT NO. MASS. R-24 


WASHINGTON PARK PROJECT 
BOSTON REDEVELOPMENT AUTHORITY 
BOSTON, MASSACHUSETTS 


PROJECT IMPROVEMENT REPORT 


EXHIBIT "A" = STREET AND PARK LIGHTING CCLE WO. 22% (4° 


INTERIOR S®REETS es 2. To all 
Crawford ("B"-1 thru 4) 24,200 100 2h ,200 
Dale ("B"-5 thru 12) 23,900 100 23,900 
Elm Hill Avenue ("B"=13 thru 20) 29,700 100 29,700 
Humboldt Avenue ("B"-21 thru 32) 50,800 100 50,800 
Rockland ("B"-33) 10,300 100 10, 300 
Sherman ("B"-34) | 7,300 100 7, 300 
Townsend ("B"-35 thru 40) 59,600 100 59,600 
Walnut Avenue ("B"-41 thru 55) 59,100 100 59,100 
Road "A" ("B"-56 thru 58) 76,300 100 76, 300 
Road "B" ("B"-59) 4,700 100 4 , 700 
Road "C" ("B"-60) 1,100 100 1,100 
Road "D" ("B"-61 thru 62) 1,800 100 1,800 
Road "E" ("B"-63) 2,200 100 2,200 
Road "F" ("B"-64) 1,900 100 1,900 
Road "G" ("B"-65) 1,200 100 1,200 
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Total ‘Charge 

INTERIOR STREETS Lost. _% To. Project: 
Road "H" ("B"-66) 1,400 100 1,400 
Road "J" ("B"-67) 1,300 100 1, 300 
Road "L" ("B"-67A) 24,300 100 2h, 300 
Road "M" ("B"-67B) 16,600 100 16,600 
Road "N" ("B"-67C) 17,000 100 17,000 
Upgrading Lighting ("b"~68 thru 69) 238,900 100 238,900 
Parks, Playgrounds & Community ("B"-70) 131,300 100 131, 300 
SUBTOTAL 784 , 900 784 , 900 

BOUNDARY STREETS 

Dudley ("B"-71) 7,500 50 3,759 
Warren ("B"~-72 thru 78) 93, 300 50 46,650 
Road "K" ("B"~78A) 2,400 50 #43300 
SUBTOTAL: 103,200 51,500 
GRAND TOTAL:881, 100 836,500 
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APPLICATION FOR LOAN AND GRANT 
PART I: FINAL PROJECT REPORT 
PROJECT NO. MASS. R-24 


WASHINGTON PARK PROJECT 
BOSTON REDEVELOPMENT AUTHORITY 
BOSTON, MASSACHUSETTS 


PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


CRAWFORD STREET 


From Walnut to Hollander (wP402-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 1 350.00 350 
Luminaire - 250 Watt, M.V. EA 1 145.00 145 
Conduit - 13" W.I. LF 70 3.00 210 
Conduit - 4" Fiber, in Concrete LF 250 5.00 1,250 
Cable, Lateral LF TO 1.00 70 
Cable, Main LF 250 3.00 750 
Manhole . EA yA 300 .00 ae 
: ’ 


Contingencies, Unit Cost Increase, Engineering - 21% 645 
3,720 

USE 00 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


CRAWFORD STREET 


From Hollander to Waumbeck (WP402-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 250 Watt, M.V. EA 2 145.00 290 
Conduit - 14" W.I. LF 140 3.00 420 
Conduit - 4" Fiber, in Concrete LF 250 5.00 1,250 
Cable - Lateral LF 140 1.00 i140 
Cable - Main LF 250 3.00 fhe? 
Manhole EA 1 300.00 __ 300 
3,850 
Contingencies, Unit Cost Increase, Engineering - 21% 810 
4,660 

USE $4,700 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(44) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


CRAWFORD STREET 


From Waumbeck to Harold (WwP402-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard end Bracket - In Place EA A 350.00 1,400 
Luminaire - 250 Watt, M.V. EA 4 145.00 580 
Conduit - 13" W.I. LF 280 3.06 840 
Conduit - 4" Fiber, in Concrete IF 450 5.00 2,250 
Cable - Lateral LF 280 1.00 280 
Cable - Main LF 450 3.00 1,350 
Manhole EA 1 300.00 300 


7 ,000 
Contingencies, Unit Cost Increase, Engineering - 21% 1,470 
8,470 

USE $8 , 500 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


CRAWFORD STREET 


From Harold to Humboldt (WP402-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 5 350.00 421,750 
Luminair - 250 Watt, M.V. EA 5 150.00 750 
Conduit - 13" W.I. LF 350 3.00 1,050 
Cable - Lateral LF 350 1.00 350 
Cable - Main(Use Exist.Conduit) LF 700 3.00 2,100_ 


6,000 
Contingencies, Unit Cost Increase, Engineering - 21% 1,260 
7,260 


USE _ $7,300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


DALE STREET 


From Washington to Regent (WP402-2) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 3 350.00 1,050 
Luminaire - 250 Watt, M.V. EA 5 145.00 435 
Conduit - 13" W.I. | LF 210 3.00 630 
Cable - Lateral LF 210 1.00 210 
Cable - Main LF 500 3.00 1,500 


3,825 
Contingencies, Unit Cost Increase, Engineering - 21% 800 


4625 
USE $4,600 
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PROJECT IMPROVEMENT REPORT 


CODE NO, R-224(4) 


EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREET 


DALE STREET 


From Regent to Rockland Street (WP402-2&4) 


INTERIOR 

UNIT 
ITEM UNIT QUANTITY cost 
Standard and Bracket - In Place EA 2 350.00 
Luminaire - 250 Watt, M.V. EA 2 145.00 
Conduit - 15" W.I. LF 140 3.00 
Cable - Lateral LF 140 1.00 

Cable - Main (Use Existing 
Conduit) LF 230 3.00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $2,700 


Boston R-24/R-224(4) Exhibit "B" 


TOTAL 
700 
290 
420 
140 


690 


2,240 


ote 


2,710 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "RB" - STREET AND PARK. LIGHTING - COSTS BY STREETS 


DALE STREET 


From Rockland to Wakullah (WP402-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 250 Watt, M.V. EA 2 145.00 290 
Conduit - 13" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main (Use Exist.Conduit) LF 250 3300. “as76D 


2,300 
Contingencies, Unit Cost Increase, Engineering - 21% 480 


2,780 
USE $2,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


DALE STREET 


From Wakullah to Walnut Ayenue (wP402 -4) 


INTERIOR 

UNIT 

ITEM UNIT QUANTITY COST 
Standard and Bracket - In Place EA 2 350.00 
Luminaire - 250 Wait, M.V. EA 2 145.00 
Conduit - 13" W.I. LF 140 3.00 
Cable - Lateral LF 140 1.00 
Cable - Mair{(Use Exist.Conduit) LF 350 3.00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $3,200 
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TOTAL 
700 
290 
420 
140 

1,050 

2,600 

eee 

3,150 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


DALE STREET 


From Walnut to Laurel (WP402e-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 250 Watt, M.V. EA 2 145.00 290 
Conduit - 14" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main (Use Exist.Conduit) rp 350 3.00 1,050 


Contingencies, Unit Cost Increase, Engineering - 21% 550 


USE $3,200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


Sr ie ene ensesonpeeesser~sperene-snnsntnte ene ees enmen 


DALE STREET 


From Laurel to Mills (wP4o2-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket ~ In Place EA 2 350.00 700 
Luminaire - 250 Watt, M.V. EA 2 145.00 290 
Conduit - 14" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main (Use Exist.Conduit) Lp 250 3.00 ie) 
2,300 
Contingencies, Unit Cost Increase, Engineering - 21% __ 480 
2,780 

USE_$2,800 
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PROJECT IMPROVEMENT REPORT 


CODE NO, R-224(4) 


EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


DALE STREET 


From Mills to Sherman (wP402-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 250 Watt, M.V. EA - 145.00 290 
Conduit - 13" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main (Use Exist.Conduit) LF 200 3.00, ~ “600. 
phot Y 
Contingencies, Unit Cost Increase, Engineering - 21% 450 
2,600 

USE $2,600 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B' - STREET AND PARK LIGHTING - COSTS BY STREETS 


DALE STREET 


From Sherman to Warren (WP402-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA x 350,00 350 
Luminaire - 250 Watt, M.V. EA 1 145.00 145 
Conduit - 14" W.I. LF 70 3.00 210 
Cable - Lateral LF 70 1.00 TO 
Cable - Main(Use Exist.Conduit) LF 300 3.00 00 


6 
Contingencies, Unit Cost Increase, Engineering - 21% 35 


USE $2,000 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" ~ STREET AND PARK LIGHTING - COSTS BY STREETS 


ELM HILL AVENUE 


From Seaver to Brookledge (WP402-7) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket ~ In Place EA 2 350.00 700 
Luminaire - 250 Watt, M.V. EA 2 145.00 290 
Conduit - 13" wW.I. LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main(Use Exist.Conduit) LF 330 3.00 990 
Manhole EA L 300.00 300 
| 2,840 
Contingencies, Unit Cost Increase, Engineering - 21% __ 600 
3,440 
USE $3,400 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B'" - STREET AND PARK LIGHTING - COSTS BY STREETS 


ELM HILL AVENUE 


From Brookledge to Hutchings(wWP402-7) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA S 350,00; 1.050 
Luminaire - 250 Watt, M.V. EA 3 145.00 435 
Conduit - 13" W.I. LF 210 3.00 630 
Cable - Lateral LF 210 1.00 210 
Cable - Main(Use Exist,Conduit) LF 310 3.00 930 
3,255 
Contingencies, Unit Cost Increase, Engineering - 21% 680 
35935 

USE_$3,900 


Boston R-24/R-224(4) Exhibit "B" 14 of 78 


ae a eT 


PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


LL LL A EL CIN eC TE generac ntact eae 


ELM HILL AVENUE 


From Hutchings to Homestead (WP402~-7) 


INTERIOR 
UNIT 

Standard and Bracket - In Place EA 3 350,.00;A1,056 
Luminaire - 250 Watt, M.V. EA 3 145.00 435 
Conduit - 13" W.I. LF 210 3.00 630 
Cable - Lateral LF 210 1.00 210 
Cable - Main(Use Exist.Conduit) LF 310 3.00 930 
Manhole EA . a SO 300 
3,555 
Contingencies, Unit Cost Increase, Engineering - 21% 750 
4,305 

USE $4,300 
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CODE NO, R-224(4) 


PROJECT IMPROVEMENT REPORT 


EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


ELM HILL AVENUE 


From Homestead to Ruthven (wWP402-7) 


INTERIOR 
ITEM UNIT. QUANTITY 

Standard and Bracket~-In Place EA 5 
Luminaire - 250 Watt, MV BA fa 
Conduit - 14" W.I. LF 210 
Cable - Lateral LF 210 
Cable = Main (Use Exist. 

Conduit) LF 470 
Manhole EA 1 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $4,900 
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UNIT 

COST TOTAL 

350.00 1,050 

145.00 435 

3.00 630 

1.00 210 

3.00 1,410 

300.00 300 

4,035 

850 

4,885 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


ELM HILL AVENUE 


From Ruthven to Crawford (WP402-6&7) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 3 350.00 1,050 
Luminaire - 250 Watt, M.V. EA 3 145.00 435 
Conduit - 13" W.I. LF 210 3.00 630 
Cable - Lateral LF 210 1.00 210 
Cable - Main (Use Exist .Conduit) LF 300 3.00 900 
3,225 
Contingencies, Unit Cost Increase, Engineering - 21% __680 
35905 

USE $3,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 
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ELM HILL AVENUE 


From Crawford to Howland (WP402-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY cost TOTAL 
Standard and Bracket - In Place BA 2 350.00 790 
Luminaire - 250 Watt, M.V. EA 2 145.00 290 
Conduit - 14" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main (Use Exist. Conduit) LF 300 3.00 900 
Manhole EA 1 300.00 __ 300 
25750 

Contingencies, Unit Cost Increase, Engineering - 21% bahese.8) 
3330 


USE 0O 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COST BY STREETS 


ELM HILL AVENUE 


From Howland to Wenonah (WP402-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 250 Watt, M.V. EA ic 145.00 290 
Conduit - 13" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main(Use Exist.Conduit) LF 240 3.00 720 


2,270 
Contingencies, Unit Cost Increase, Engineering - 21% 480 


2,750 
USE_$2,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


ELM HILL AVENUE 


From Wenonah to Warren (WP402-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 250 Watt, M.V. EA 2 145.00 290 
Conduit - 15" W.I. LF 140 3.00 oo 
Cable - Lateral LF 140 1.00 140 
Cable - Main (Use Exist.Conduit) LF 270 3.00 810 
Manhole — EA 1 300.00 — 300 


2,660 
Contingencies, Unit Cost Increase, Engineering - 21% 560 
3,220 


USE $3,200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


HUMBOLDT AVENUE 


From Seaver to Brookledge (WP402-7) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket —- In Place EA 2 350.00 700 
Luminaire - 400 Watt, M.V. EA 2 150.00 300 
Conduit - 13" W.I. LF 140 3.00 420 
Cable -— Lateral LF 140 1,00 140 
Cable - Main(Use Exist.Conduit) LF 250 3.00 750 
Manhole EA if 300.00 _ 300 
2,610 
Contingencies, Unit Cost Increase, Engineering - 21% 550 
3,160 

USE $3,200 


Boston R-24/R-224(4) Exhibit "B" 21 of 78 


PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING ~ COSTS BY STREETS 


HUMBOLDT AVENUE 


From Brookledge to Hutchings (WwP402-7) 


INTERIOR 
UNIT 

ITEM , UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 400 Watt, M.V. EA 2 150.00 300 
Conduit - 15" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Mair{Use Exist.Conduit) LF 250 3.00 750 
eG ts 
Contingencies, Unit Cost Increase, Engineering - 21% __490 
| 2,800 

USE $2,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


HUMBOLDT AVENUE 


From Hutchings to Homestead (WP402-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST MTOTAL 
Standard and Bracket - In Place EA 3 350,00) ~Lg050 
Luminaire - 400 Watt, M.V. EA 3 150.00 450 
Conduit - 13" W.I. LF 210 3.00 630 
Cable - Lateral LF ANE, 1.00 210 
Cable - Main(Use Exist.Conduit) LF 300 3.00 900 
Manhole BA is 300.00 300 
3,540 
Contingencies, Unit Cost Increase, Engineering -~ 21% __ 740 
4,280 

USE $4,300 
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PROJECT IMPROVEMENT REPORT CODS NC, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


HUMBOLDT AVENUE 


From Homestead to Ruthven (wP4o2-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 400 Watt, M.V. EA 2 150.00 300 
Conduit - 13" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1,00 140 
Cable - Main(Use Exist.Conduit) LF 300 3.00 900 
Manhole EA 1 300.00 _ 300 


Contingencies, Unit Cost Increase, Engineering - 21% 580 


USE $3,300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGUTING - COSTS PY S''REETS 


HUMBOLDT AVENUE 


From Ruthven to Crawford (WP402-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place FA 3 350,001,050 
Luminaire - 400 Watt, M.V. EA 3 150.00 450 
Conduit - 13" W.I. LF 210 3.00 630 
Cable - Lateral LF 210 1.00 210 
Cable - Main(Use Exist.Conduit) [Lp 300 3.00 900 
3,240 
Contingencies, Unit Cost Increase, Engineering - 21% __ 680 
3,920 

USE $3 5900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224 (4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 
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HUMBOLDT AVENUE 


From Crawford to Howland (WP402-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EFA 2 350.00 700 
Luminaire - 400 Watt, M.V. EA 2 150.00 300 
Conduit - 13" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1,00 140 
Cable - Main(Use Exist.Conduit) LF 300 3500) 900 
Manhole EA ab 300.00 300 
2,760 
Contingencies, Unit Cost Increase, Engineering - 21% 580 
3,340 

USE $3,300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - Costs BY STREETS 


a ee ee 


HUMBOLDT AVENUE 


From Howland to Waumbeck (WP402-6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 400 Watt, M.V. EA 2 150.00 300 
Conduit - 13" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1,00 140 
Cable - Main (Use Exist.Conduft) LF 250 3.00 750 


2,310 


Contingencies, Unit Cost Increase, Engineering - 21% 490 
2,800 


USE $2,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - costs BY STREETS 
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HUMBOLDT AVENUE 


From Waumbeck to Deckard (WP402-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 6 350.00 2,100 
Luminaire - 400 Watt, M.V. EA 6 L50200 900 
Conduit - 15" W.I. LF 420 3.00 1,260 
Cable - Lateral LF 420 1.00 420 
Cable - Main(Use Exist ,Conduit) LF 750 3.00 2,250 
Manhole EA 2 300.00 _ 600 


Ts530 


Contingencies, Unit Cost Increase, Engineering - 21% 1,580 


9,110 
USE $9,100 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 
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HUMBOLDT AVENUE 


From Deckard to Townsend (WP402-4&6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 400 Watt, M.V. EA 2 150.00 300 
Conduit - 13" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main(Use Exist.Conduit) fpr 270 3.00 810 
2,370 
Contingencies, Unit Cost Increase, Engineering - 21% __500 
2,870 
USE_$2,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


eae en ier ci ersten reverse esresndy dss poe cates ep ek 


HUMBOLDT AVENUE 


From Townsend to Munroe (WP402-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 4 350.00 1,400 
Luminaire - 400 Watt, M.V. EA 4 150.00 600 
Conduit - 13" W.I. LF 280 3.00 840 
Cable - Lateral LF 280 uaele) 280 
Cable - Main(Use Exist.Conduit) LF 450 3.00 1,350 
Manhole EA 1 = =300.00 _ 300 
4,770 
Contingencies, Unit Cost Increase, Engineering - 21% 1,000 
53170 

USE $5,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


HUMBOLDT AVENUE 


From Munroe to Road A (wP4o2-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 

Standard and Bracket - In Place EA 2 a 700 
Luminaire - 400 Watt, M.V. BA 2 150.00 300 
Conduit - 13" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main(Use Exist.Conduit) Lp 340 3.00 1,020 
2,580 

Contingencies, Unit Cost Increase, Engineering - 21% __ 540 
Sew 


USE_ $3,100 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" = STREET AND PARK LIGHTING ~ COSTS BY STREETS 


a ee 


HUMBOLDT AVENUE 


From Road A to Walnut (#p402-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EFA 4 350.00 1,400 
Luminaire - 400 Watt, M.V. EA 4 150.00 600 
Conduit - 14" wW.r. LF 280 3.00 840 
Cable - Lateral LF 280 1.00 280 
Cable - Main(Use Exist.Conduit) LF 600 3.00 1,800 
Manhole EA 1 300,00 __ 300 


Contingencies, Unit Cost Increase, Engineering - 21% 1,100 


USE _ $6,300 
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I ee ee 
PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREET 


renters eystsrcnnesservenentsoehprtnsn-eesno-eesnpeerrceeesueray-sastnsseseeines 


ROCKLAND STREET 


From Walnut to Sherman(WP402-2&4) 


INTERTOR 
UNIT 

ITEM_ UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 4 350.00 .1,400 
Luminaire - 250 Watt, M.V. BA 4 145.00 580 
Conduit - 13" W.I. LF 280 3.00 840 
Conduit - 4" Fiber, in Concrete LF 600 5.00 3,000 
Cable - Lateral LF 280 1.00 280 
Cable - Main LF 600 3.00 1,800 
Manhole EA 2 300.00 600 


8,500 
Contingencies, Unit Cost Increase, Engineering - 21% 1,785 


10,285 


USE $10,300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


ree heen pipe ep eh nobis 


SHERMAN STREET 


y 


From Dale to Rockland (WP402-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place FA 3 350.00 1,050 
Luminaire - 250 Watt, M.V. EA 3 145.00 435 
Conduit - 13" W.I. LF 210 3.00 630 
Conduit - 4" Fiber, in Concrete LF 430 5,00... 2,350 
Cable - Lateral LF 210 1,00 210 
Cable - Main LF 430 3.00 1,290 
Manhole EA nf 300.00 je 300 


Contingencies, Unit Cost Increase, Engineering - 21% 1,270 


USE $7,300 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


TOWNSEND STREET 


From Washington to Codman Park(WP402-3) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket ~ In Place EA 2 350.00 700 
Luminaire - 250 Watt, M.V. EA 2 145 .00 290 
Conduit - 13" w.I. LF 140 3.00 420 
Conduit - 4" Fiber, in Concrete LF 200 5.00 1,000 
Cable - Lateral LF 140 1,00 140 
Cable - Main LF 200 3.00 — 600 
3,150 
Contingencies, Unit Cost Increase, Engineering - 21% __660 
3,810 

USE $3,800 
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PROJECH! IMPROVEMENT REPORT CODE NO, R-224:(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STRETrS 


TOWNS SEND ST STREST oT 


i 5 e 
«lear 


From Codman Park to Walnut({wEho2-3e4) 


UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 6 350.00 (23000 
Luminaire - 250 Watt, M.V. EA 6 145.00 870 
Conduit - 13" W.I. LF 420 3.00 415260 
Conduit - 4" Fiber, in Concrete LF 900 5.00 4,500 
Cable - Lateral LF OO CEES & Tete) 
Cable - Main LF 900 3.00 25700 
Manhole EA 3 300.00 900 


12,750 
Contingencies, Unit Cost Increase, Engineering - 21% 2,680 
15,430 

USE $15 , 400 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" ~ STREET AND PARK LIGHTING - COSTS BY STREET 


TOWNSEND STREET 


From Walnut to Harold (wWP402-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place FA 5 350.00 1,050 
Luminaire - 250 Watt, M.V. EA 2 145 ,00 435 
Conduit - 15" W.I. LF 210 3.00 630 
Conduit - 4" Piber, in Concrete LF 4OO 5.00 2,000 
Cable - Lateral LF 210 1,00 210 
Cable - Main LF 400 3.00 1,200 
Manhole EA 1) . 300300) _.3306 
5 ,825 
Contingencies, Unit Cost Increase, Engineering - 21% 1,220 
7,045 

USE_ $7,000 
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PROJECT IMPROVEMENT REPORT CODE NO, Ree ay? 
EXHIBIT "B" ~ STREET AND PARK LIGHTING - COSTS BY STREET 


TOWNSEND STREET 


From Harold to Humboldt (wp4o2-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA i 350.00 2,450 
Luminaire - 250 Watt, M.V. EA (/ 145.00 1,015 
Conduit - 13" W.I. LF 490 3,00 214470 
Conduit - 4" Fiber, in Concrete LF 870 5.00 4,350 
Cable - Lateral LF 490 1.00 490 
Cable - Main LF 870 3.00 2,610 
Manhole EA 3 300.00 __ 900 


13,285 
Contingencies, Unit Cost Increase, Engineering - 21% 2,790 
16,075 

USE_$16,100 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREET 


lS ae ili slg eth Le el agence oe 


TeWNSEND STREET 


From Humboldt to Hazelwood(wP402-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 3 350.00 1,050 
Luminaire - 250 Watt, M.V. EA 3. 145.00 435 
Conduit - 13" W.I. LF 210 3.00 630 
Conduit - 4" Fiber, in Concrete LF 400 5.00 2,000 
Cable - Lateral LF 210 L900 210 
Cable - Main LF 400 3 200% 14200 
Manhole EA 1 300.00 __ 300 
5,825 
Contingencies, Unit Cost Increase, Engineering - 21% 1,220 
7,045 

USE $7,000 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "B" ~ STREET AND PARK LIGHTING - COSTS BY STREET 


Serene nannerentpepeeen pewter teenporn arn eesrenp peer 


TOWNSEND STREET 


From Hazelwood to Warren (WP402-4&6) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 4 350.00 1,400 
Luminaire - 250 Watt, M.V. EA 4 145.00 580 
Conduit - 135" w.I. LF 280 3.00 840 
Conduit - 4" Fiber, in Concrete LF 600 5.00 3,000 
Cable - Lateral LF 280 1.00 280 
Cable - Main LF 600 3.00 1,800 
Manhole EA 2 300.00 _ 600 
8,500 

Contingencies, Unit Cost Increase, Engineering - 21% 1,780 
10,280 


USE $10,300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" = STREET AND PARK LIGHTING - COSTS BY STREETS 


WALNUT AVENUE 


From Seaver to Homestead (WP402-5) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 250 Watt, M.V. EA 2 145.00 290 
Conduit - 14" w,I, LF. 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main(Use Exist,Conduit) LF 250 3.00 750 
Manhole FA 2s 300.00 ~—- 300 


2,600 
Contingencies, Unit Cost Increase, Engineering - 212% 550 


3,150 
USE $3,200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" = STREET AND PARK LIGHTING - COSTS BY STREETS 


WALNUT AVENUE 


From Homestead to Ruthven (WP402-5) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket = In Place EA 2° 350700 700 
Luminaire - 250 Watt, M.V. EA 2 JASF00 290 
Conduit - 13" W.I. LF 140 3.00 420 
Cable ~ Lateral LF 140 1.00 140 
Cable ~ Main(Use Exist.Conduit) Lr 250 3,00 x50 


2, 300 
Contingencies, Unit Cost Increase, Engineering - 21% 480 


2,780 
USE $2,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R~-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BYSTREETS 


LLL LT CE ee ts cna penance 


WALNUT AVENUE 


From Ruthven to Abbotsford (WP402-5) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket ~ In Place EA 3: 350.00 350 
Luminaire - 250 Watt, M.V. EA x 145.00 145 
Conduit - 13" W.I. LF 70 300 Abo 
Cable ~- Lateral LF Ae) Urao TO 
Cable - Main(Use Exist.Conduit) LF 150 3.00 450 


Contingencies, Unit Cost Increase, Engineering - 21% 260 


USE $1,500 
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PROJECT IMPROVEMENT REPORT CODE NO, R~224(4) 
EXHIBIT "B" = STREET AND PARK LIGHTING - COSTS BY STREETS 
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WALNUT AVENUE 


From Abbotsford to Westminster (WP402-5) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 2 BbO . 00) 790 
Luminaire ~- 250 Watt, M.V, EA 2 145.00 290 
Conduit - 14" w.I, LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main(Use Exist.Conduit) LF 200 3.00 600 
Manhole EA 1 300.00 __ 300 


2,450 
Contingencies, Unit Cost Increase, Engineering - 21% 510 
2,960 

USE 000 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


a 


WALNUT AVENUE 


From Westminster to Cobden (WP402~5) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket = In Place EA 3 350.00 1,050 
Luminaire - 250 Watt, M.V, EA 3 145.00 435 
Conduit = 14" wr, LF 210 3.00 630 
Cable - Lateral LF 210 heed ale 210 
Cable - Main(Use Exist.Conduit) LF hoo 3.00 1,200" 
Manhole EA 1. 300.00 =s36G 
3,825 
Contingencies, Unit Cost Increase, Engineering - 21% __ 800 
4,625 
USE $4, 600 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


rrr enermerteese-tenewenp pene sertenerevenetpsinees sorry peensge no neritic 
WALNUT AVENUE 


From Cobden to Dennison (WP402-3 & 4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 250 Watt, M.V. EA 2 145.00 290 
Conduit - 143" W.I, LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main(Use Exist.Conduit) LF 300 3.00 _900 


2,450 
Contingencies, Unit Cost Increase, Engineering ~ 21% 510 


2,960 
USE 3 OOO 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


trv sore nse 
WALNUT AVENUE 


From Dennison to Holworthy (WP402—4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY cost TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire ~ 250 Watt, Mv, EA 2 145.00 290 
Conduit - 13" w.r, LF 140 33900 14880 
Cable - Lateral LF 140 w200° (A3ED 
Cable - Main (Use Exist.Conduit) rp 200 3.00 600 
Manhole EA 1 300.00 __ 300 


2,450 
Contingencies, Unit Cost Increase, Engineering - 21% 510 
2,960 


USE $3,000 
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PROJECT IMPROVEMENT REPORT ~ CODE NO, R~-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING = COSTS BY STREETS 


gt ae a TT 
WALNUT AVENUE 


From Holworthy to Harrishof (WP402=4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EFA 2 350,00. 4700 
Luminaire - 250 Watt, M.V., EA 2 145.00 290 
Conduit - 13" wW.I, LF 140 3.00 420 
Cable ~ Lateral LF 1490 1.00 140 
Cable - Main (Use Exist.Conduit) LF 250 3.00 750 


24,300 
Contingencies, Unit Cost Increase, Engineering - 21% 480 


2,780 
USE $2,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R=224(4) 
EXHIBIT "B" ~ STREET AND PARK LIGHTING - COSTS BY STREETS 


WALNUT AVENUE 


From Harrishof to Townsend (WP402—/) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 

Standard and Bracket - In Place FA 2 350.00 700 
Luminaire - 250 Watt, M.V. EA fg 145.00 290 
Conduit = 13" W.I. LF 140 3.00 420 
Cable - Lateral LF 140 1.00 140 
Cable - Main(Use Exist.Conduit) LF 250 3.00 750 
Manhole EA 1 300.00 _ 300 

2,600 


Contingencies, Unit Cost Increase, Engineering ~ 21% 550 
3,150 


USE $3,200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


ra 


WALNUT AVENUE 


From Townsend to Munroe (WP402~4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY cosT TOTAL 
Standard and Bracket - In Place EFA 3 350,00) 1,050 
Luminaire - 250 Watt, M.V. EA 3 145,00 435 
Conduit - 14" w.I, LF 210 3.00 630 
Cable-Lateral LF 210 1.00 210 
Cable - Main (Use Exist.Conduit) LF 400 3. 00* 71,200 
35525 
Contingencies, Unit Cost Increase, Engineering - 21% T4O 
4265 
USE $4, 300 | 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" ~ SUREET AND PARK LIGHTING ~ COSTS BY STREETS 


Sr etree tp cig erected ompeeneneanpsiemecee eons 


WALNUT AVENUE 


From Munroe to Road "A" (WP402-11) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place KA 4 350.00 1,400 
Luminaire - 250 Watt, M.V, EA A 145,00 580 
Conduit - 14" w,I, LF 280 3.00 84.0 
Cable ~- Lateral LF 280 1.00 280 
Cable ~ Main (Use Exist.Conduit) LF 600 3.00 bea 0 
Manhole EA ak 300,00 300 
5, 200 

Contingencies, Unit Cost Increase, Engineering - 21% 1,090 
6,290 


USE $6,300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


er eneineeenererrneennanetiicecreverinas pemimeaeehatetsttmatfersanpmeeenteentiieminiifiowmabtrmrdpbaneanepeig ne, ores... 
WALNUT AVENUE 


From Humboldt to Dale (WP402-4) 


INTERIOR 
UNIT 
ITEM UNTT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 2 350.00 700 
Luminaire - 400 Watt, M.V, EA 2 150,00 300 
Conduit - 13" wr, LF 140 3.004 4e6 
Cable - Lateral LF 140 1.00° S186 
Cable - Main(Use Exist.Conduit) up 200 3.00 600 
Manhole EA u 300.00 _300 


2,460 
Contingencies, Unit Cost Increase, Engineering - 21% 520 


2,980 


USE $3,000 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


a npr pop neni sg gs 


WALNUT AVENUE 


From Dale to Rockland Street (WP4O02-2 & 4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place FA 4 3503G0" AGG 
Luminaire - 400 Watt M.V. EA 4 150.00 600 
Conduit - 14" w.r, LF 280 3.00 840 
Cable - Lateral LF 280 1.00 280 
Cable - Main (Use Exist.Conduit) LF 450 3.00 1,350 
Manhole EA 1 300.00 __300 


4,770 


Contingencies, Unit Cost Increase, Engineering - 21% 1,000 
53770 


USE_ $5,800 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" =~ STREET AND PARK LIGHTING - COSTS BY STREETS 


LL CC CCE AC A re pense ipnaeintesser~tennsnenacenenatanaaenangen 


WALNUT AVENUE 


From Rockland to Circuit (WP402-2) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 5 3503 00) 0 bef50 
Luminaire - 400 Watt, M.V. EA 5 150.00 750 
Conduit - 143" w.I. LF 350 3.00 1,050 
Cable - Lateral LF 350 1.00 350 
Cable - Main(Use Exist.Conduit) LF 600 3.00 1,800 
Manhole EA 1 300.00 300 


6,000 
Contingencies, Unit Cost Increase, Engineering ~ 21% 1,260 


7,260 
USE $7,300 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREET 


a rrr a i 


WALNUT AVENUE 
From Circuit to Warren (welo2-2) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket -In Flacé. EA 2 350.00 700 
Luminaire - 400 Watt, M.V. EA 2 150,00 300 
Conduit - 14" w.tr. LF 140 3.00 420 
Conduit - 4" Fiber, in Concrete LF 300 5.00 1,500 
Cable - Lateral LF 140 La 140 
Cable - Main LF 300 3.00 900 
Manhole EA Ly 300 (OOM aca 
4,260 
Contingencies, Unit Cost Increase, Engineering - 21% __ 890 
55150 

USE $5,200 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


Sn een kop cept nro oe en css 


ROAD "a" 


From Washington to Walnut (WP402~t) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY cost TOTAL 
Standard and Bracket ~ In Place EFA Lf 350200075, 956 


Luminaire - 400 Watt, M.V. Le 156700" 27590 
1,190 3:00 3,570 


1,100 5,00. .5, 500 


Conduit - 14" w.I, 
Conduit - 4" Piber,in Concrete 
Cable - Lateral 1,190 1. GORA od 


Cable = Main 1,100 3.00 “3,300 


P&E HB 


Manhole 4 300.00 1,200 
23, 260 
Contingencies, Unit Cost Increase, Engineering - 21% 4,880 
28,140 


USE $28,100 
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PROJECT IMPROVEMENT REPORT CODE NO. R-22h (4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


_—_——— ES gc er a eo SE eR eo A en SE 
. 


ROAD "A" 


From Walnut to Humboldt (WP402-4) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In : ee | 
Place EA il 5350700 3.8504 
Luminaire - 400 Watt, M.V. EA ah 150.00 %,650 
Conduit - 13" W.t. LF 770 3.00. #2en to 
Conduit - 4" Fiber,in Concrete LF 700 5. OG stam aout 
Cable - Lateral LF (Ae 1.00 (70 
Cable - Main LF 700 3.00. 82 3100 
Manhole EA Be 300 .00 900 


15,080 
Contingencies, Unit Cost Increase, Engineering - 21% +4 


18,250 


USE $18,300 
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PROJECT IMPROVEMENT REPORT 


EXHIBIT "B" 


LS ee ys eeeeeasttanntennesnpetat 


CODE NO. R-224(4) 


- STREET AND PARK LIGHTING - COSTS BY STREETS 


eam ein nt ce een eT ee 


ROAD aoe lf 
From Humboldt to Warren (WP402-4) 


INTERIOR 


LITEM 


Standard and Bracket - In 
Place 


Luminaire - 400 Watt, M.V. 


Conduit - 14" W.I. 


Conduit - 4" Fiber, in 
Concrete 


Cable - Lateral 
Cable - Main 
Manhole 


UNIT QUANTITY 


3.00 
300 .00 


Contingencies, Unit Cost Ingrease, Engineering - 21% 


USE $29,900 


Boston R-24/R-224(4) Exhibit "B" 


TOTAL 


6,300 
2,700 
3,780 


53150 
1,260 
3,450 


1,500 


24,740 
5,200 
29,940 
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PROJECT IMPROVEMENT REPORT : CODE NO, R-224(4) 
EXHIBIT "B" ~ STREET AND PARK LIGHTING - COSTS BY STREETS 


CT I CEA ERS AAS Aba tl epee cmnsapihetofiinsinbesgeencitpeinbotccsyse-asheiacnspreoneecintines deiiammepsmumryanusacpane 


ROAD 3} ii 


From Catawba to Dale (wP402-4) 


INTERIOR 
UNIT 
LTEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In 
Place EA 2 350.00 {OO 
Iuminaire - 100 watt, M.V. FA 2 140.00 280 
Conduit - 14" w.I. LF 140 3.00 420 
Conduit - 4" Fiber, in 
Concrete LF Age, 5.00 25250 
Cable - Lateral LF 140 1,00 140 
Cable - Main LF 250 3.200 750 
Manhole BA a 300 .00 300 
3,840 
Contingencies, Unit Cost Increase, Engineering - 21% 810 
4,650 


USE $4,700 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


needy entender pee 


ROAD "c" 


From Humboldt to Laurel (WP402-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 

Standard and Bracket - In 
Place EA a 350.00 350 
Luminaire - 2108 Watt, M.V. EA it 140.00 140 
Conduit - 13" W.I. LF 100 3.00 300 
Cable - Lateral LF 100 1.00 100 
590 
Contingencies, Unit Cost Increase, Engineering - 21% 190 
1,080 

USE $1,100 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


eet oenepteensee renner anue nena sagen 


ROAD aD 


From Galena to Kensington (WP402-4) 


INTERIOR 
UNIT 
Item UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket-in Place EFA 1 350.00 350 
Luminaire - 100. Watt, M.V. EA i 140.00 140 
Conduit - 14" w.I. LF 70 3 OOK WeeLG 
Cable-Lateral LF vie) 1.00 BLO. 


770 
Contingencies, Unit Cost Increase, Engineering - 21% 160 


930 
USE $900 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


ROAD "D" 


From Kensington to Mayfair (wP402-4) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and pease? ~ . 
In Place BA is S500 OU 350 
Luminaire ~ 16@° Watts, M.V. EA 1 140.00 140 
Genduit — 32" wit. LF 70 3.00 210 
Cable-Lateral LF 7O LOO 70 
770 
Contingencies, Unit Cost Increase, Engineering-21% 160 
930 
USE $900 
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PROJECT IMPROVEMENT REPORT CODE NO. R 224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


ee 
ROAD "BE" 


From Brinton Street to Elmore (WP4O2-4) 


INTERIOR 

UNIT 
ITEM UNIT QUANTITY COST 

Standard and Bracket - In 
Place EA 2 350.00 
Luminaire - IG@ Watt, M.V. #A 2 140.00 
Conduit - 15" W.I. LF 200 SOU 
Cable - Lateral LF 200 ALE e, 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $2,200 


~ TOTAL 


700 
280 
600 
200 
1,780 


370 


ea de 8 
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In i a a 
PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


ROAD rie 
From Holworthy to Hollander (wP402-6) 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - 

In Place EA 2 535O200 700 
Luminaire - 360 Watt,M.V. EA 2 140 .00 280 
Conduit - 14" W.L. LF 140 3.00 222420 
Cable - Lateral LF 140 1.00 140 

1,540 
Contingencies, Unit Cost increase, Engineering - 21% 320 
1 860 


USE $1,900 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


er gn 


ROAD Moet 


From Hollander to Holworthy (WP402~6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY cost TOTAL 
Standard and Bracket - In 

Place EA 1. 350.00 B50 
Luminaire - 10G Watt, M.V. EA ie 140.00 140 
Conduit - 14" W.I. LF 120 3.00 360 
Cable - Lateral LF 120 Loo 120 
970 
Contingencies, Unit Cost Increase, Engineering - 21% 200 
Baye, 


USE $1,200 
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PROJECT IMPROVEMENT REPORT CODE NO, ips a 2 
EXHIBIT "B" ~ STREET AND PARK LIGHTING - COSTS BY STREET 


ROAD , " ay 


From Howland to Waumbeck (wP402-6) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA uF 350.00 350 
Luminaire - 100/Watt, M.V. EA a 140,00 140 
Conduit - 13" W.I. LF 170 3.00 510 
Cable - Lateral LF 170 LOO, iO 


Ly aga 
Contingencies, Unit Cost Increase, Engineering - 21% 250 
1,420 


USE $1,400 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING COSTS BY STREETS 


ROAD "J" 


From Hutchings to Homestead (WP402-6) 


INTERTOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
standard and Bracket - In 
Place EA ii 350.00 350 
Luminaire - 100 Watt, M.V. EA sk 140.00 140 
Conduit - 13" wW.I. LF 150 3.00 450 
Cable - Lateral LF 150 1.00 150 
1,090 
Contingencies, Unit Cost Increase, Engineering - 21% 230 
2 248 | 


USE $1,300 
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PROJECT IMPROVEMENT REPORT CODE NO. R-22h(1) 
EXHIBIT "B" ~ STREET AND PARK LIGHTING - COSTS BY STREETS 


nese esteseereepeneee uannienereetnesver ee paspnn aac 


: ROAD Sal Vk 


From Columbus Avenue to Washington (WP402-3) 


INTERIOR 
UNIT 

ITEM UNIT QUANTITY cost TOTAL 

Standard and Bracket - In Place EA 11 350.00 3,850 
Iuminaire - 250 Watt, M.V. EA unt 145 .00 1,595 
Conduit - 15" W.I. LF 720 3.00 2,160 
Conduit - 4" Fiber, in Concrete LF 1240 5.00 6,200 
Cable - Lateral LF 720 1.00 720 
Cable - Main LF 12h0 3.00 3,720 
Manhole EA 6 300 .00 _1,800 
20,045 

Contingencies, Unit Cost Increase, Engineering - 21% 4,209 
2h, 254 


USE $24, 300 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "B" ~- STREET AND PARK LIGHTING - COSTS BY STREETS 


ROQAD "M" 


From Ritchie to Road "L" (wPko2-3) 


INTERIOR 

UNIT 
ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In Place EA 7 350.00 2,450 
Lumj naire - 250 Watt, M.V. EA vi 145.00 1,015 
Conduit - 14” W.I. LF 520 3.00 1,560 
Conduit - 4" Fibre, in Concrete LF 910 5.00 4 550 
Cable - Lateral LF 520 1.00 520 
Cable - Main IF 910 3.00 2,730 
Manhole EA 3 300 .00 _ 900 
13,725 
Contingencies, Unit Cost Increase, Engineering - 21% _2,882 
} 16, 607 


USE_$16,600 
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a een ene TEN 
PROJECT IMPROVEMENT REPORT CODE NO. ‘R-22)(}) 


EXHIBIT "B" ~ STREET AND PARK LIGHTING - COSTS BY STREETS 
en nen nteenencssesauesstneeneennreurnnnereneneeneuneevetnneersas 
ROAD “N" 


From Road "M" to Road "JZ," (weho2-3) 


INTERIOR 

UNIT 
ITEM UNET QUANTITY COST TOTAL 
Standard and Bracket - In place EA ¢ 350.00 2,450 
luminaire - 250 Watt, M.V. EA T 145.00 1,015 
Conduit - 13" W.I. LF 80 3.00 1,440 
Conduit - 4" Fibre, in Concrete LIF 895 5.00 kuTS 
Cable - Lateral IF 80 1.00 480 
Cable - Main LF 895 3.00 2, 685 
Manhole EA 5 300 .00 1,500 
14,045 
Contingencies, Unit Cost Increase, Engineering - 21% _2,950 
16,995 

USE_$17,000 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


LS SSS h-hh ets SSNS eninnnstouaNitesenntnoe-annnicee s,s 


ROAD “K" 
At Columbus Avenue (WP4O2-3) 
BOUNDARY 
UNIT 
NET UNIT QUANTITY CcOsT TOTAL 
Standard and Bracket - In Place EA 2 350.00 750 
luminaire - 250 Watt, M.V. EA 2 145 .00 290 
Conduit - 14" W.I. LF 150 3.00 1SO 
Cable - Lateral LF 150 1.00 150 
Manhole EA L 300 .00 300 
1,940 
Contingencies, Unit Cost Increase, Engineering - 21% LOT 
2,347 
USE $2,400 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIPIT "B" - STREET AND LIGHTING - COSTS BY STREETS 


i A A ee re 
Up-grading lighting to minimum of 3500 L. Luminaires 
INTERIOR STREETS 


Abbotsford Harold Pickering 

Akron Harrishof Pleasanton 

Alpine Hartwell Regent 

Brinton Hazelwodd Regent Square 

Brookledge Hestia Rock 

Brunswick Hewes Rockland 

Cardington Hollander Rockland Avenue 

Catawba Holworthy Ruthven 

Cheney Homestead Ruthven Park 

Circuit Howland Schuyler 

Cobden Hutchings Silvia Place 

Codman Park Kensington Sonoma 

Crawford Laurel Wabeno 

Dabney Place Leslie Park Wabon 

Deckard Maple Wakullah 

Dennison Mayfair Waldren 

Dunford Millis Wainut Park 

Elmore Montana Wardman 

Fenner * Munroe Waumbeck 

Fountain Nazing Wayne 

Galena Park View Wenoah 

Georgia Paulding Westminister Avenue 

Haley Pickering Westminister Terrac: 
Wyoming 


(Estimated on Sheet 69 of 78) 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND LIGHTING - COSTS BY STREETS 


TE IE Ee a eS eS SS eS SS sts serge rcessigeettaemtaeaea 


(Streets Listed on Sheet 68 of 78) 


INTERIOR 
UNIT 
ITEM UNIT QUANTITY COST ‘TOTAL 
Standard and Bracket - In Place EA 85 350.00 29,750 
Luminaires - 160 Watt M.V. EA 85 140.00 11,900 
Conduit - 13" w.I. LF 5950 3.002447, 850 
Conduit - 4" Fiber, in Concrete LF 10100 5.00 50,500 
Cable - Lateral LF 5950 1.00 5,950 
Cable - Main LF 10100 3.00 30,300 
Manhole EA 34 300.00 10,200 
Bracket and Luminaire - 
175 Watt M.V. 
(Using Existing Poles) EA 205 200.00 41,000 


197,450 
Contingencies, Unit Cost Increase, Engineering - 21% 41,460 


238,910 
USE $238,900 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND LIGHTING - COSTS BY STREETS 


PARKS, PLAYGROUNDS AND COMMUNITY FACILITIES 


INTERIOR 


UNIT 
ITEM UNIT QUANTITY COST TOTAL 


Standard and Bracket - In 


Place EA 90 350.00 31,500 
Luminaire - 400 Watt, M.V. EA 90 150.00 13,500 
Conduit - 14" W.I. LF 6,000 3.00 18,000 
Conduit - 4" Fiber, in 

Concrete LF 4,000 5.00 29,000 
Cable - Lateral LF 6,000 1.00 6,000 
Cable - Main LF 4,000 3.00 12,000 
Manhole MH 25 300.00 _7,500 


108, 500 
Contingencies, Unit Cost Increase, Engineering - 21% 22,790 
131,290 


USE $131, 300 
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aerate eyeing —es 
PROJECT IMPROVEMENT REPORT 


EXHIBIT "B" - SUREET AND PARK LIGHTING - COSTS BY STREETS 


CODE NO. R-224(4) 


| 9-5 STS apg = SR AS SS ESS FEES tS Seenesne sana seaemrerenese ne ree ee ee ee ee tS 


DUDLEY STREET 


From Warren to Washington (wP402-1) 


BOUNDARY 
oe UNIT 
Standard and Bracket - In 
Place EA 
Luminaire - 400 Watt, M.V. EA 
Conduit - 14" W.I. LF 
Cable - Lateral LF 


Cable - Main (Use Exist.Conduis LF 


Manhole HA 


QUANTITY 


UNIT 
COST 


350 .00 
150.00 


300 .00 


Contingencies, Unit Cost Increase, Engineering - 21% 


USS $7,500 
Boston R-24/R-224(4) Exhibit "B" 
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PROJECT IMPROVEMENT REPORT 


—_ --— 


CODE NO. R-224(4) 
EXHIBIT "B" - STREET AND PARK LIGHTING - COSTS BY STREETS 


WARREN STREET 


- 


From Deckard to Townsend (WP4O02-) 


BOUNDARY 
ITEM UNIT 
Standard and Bracket - In 
Place BA 
Luminaire - 400 Watt, M.V. KA 
Conduit - 13" W.I. LF 
Cable - Lateral Le 


Cable - Main (Use Exist.Conduitis 


Manhole EA 


Contingencies, Unit Cost Increace, Engineering - 


USE $6,900 


Boston R-24/R-224(4) Exhibit "B" 


QUANTITY 


UNIT 

COST 
250.00 
150.00 
3.00 
1.00 
3.00 
300.00 


21% 


TOTAL 


2,100 
900 
1,260 
420 
750 
300 
55130 


1,200 


6,930 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHBBIT “B" STREET AND PARK LIGHTING - COSTS BY STREETS 


WARREN STREET 


From Townsend to Munroe (wp4o2e-4 & 6) 


BOUNDARY 
UNIT 

ITEM UNIT QUANTITY COST ‘TOTAL 

Standard and Bracket - In 
Place EA 6 350.00 2,100 
Luminaire - 400 Watt, M.V. EA 6 150.00 900 
Conduit ~ 14" W.L. LF 4.20 3400+ 2.260 
Cable - Lateral LF 4e0 1.00 420 
Cable - Main{Use Exist.Conduit) LF 370 3400 eae 
Manhole EA 1 300,00 300 
6,090 
Contingencies, Unit Cost Increase, Engineering - 21% 1,280 
1,370 

USE $7,400 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "B" - STREET AND LIGHTING - 608TS BY STREETS — . 


WARREN STREET 


From Munroe to Road "A" (wp4o2-4) 


BOUNDARY 
UNIT 
ITEM UNIT QUANTITY COST TOTAL 

standard and Bracket - In 
Place EA 5 350.00 1,750 
Luminaire - 400 Watt, M.V. BA 5 150.00 750 
Conduit - 13" W.I. LY 350 3.00 1,050 
Cable - Lateral LF 350 1,00 350 
Cable - Main (Use Exist.conduit Lr 300 3.00 900 
Manhole ZA af 300.00 300 
5,100 


Contingencies, Unit Cost Increase, Engineering ~ 21% 1,070 
6,170 
USE $6,200 
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CODE NO, R-224(4) 


PROJECT IMPROVEMENT REPORT 


EXHIBIT "B" ~ STREET AND LIGHTING - costs 


BY STREETS 


eee re ee ees 


WARREN STREEP 


From Road "A" to Dale (WP402-4) 


BOUNDARY 

ITEM UNIT 
Standard and Bracket - In 

Place EA 

Luminaire - 400 Watt, M.V. BA 

Conduit - 13" W.I. LF 

Cable - Lateral Lit 


Cable - Main (Use Exist.Conduit) LF 
Manhole EA 


QUANTITY 


” 


14 


Contingencies, Unit Cost Increase, Engineering - 21% 


USE $17,600 
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UNIT 
cost = TOTAL 
350.00 4,900 
150.00 2,100 
3.00 2,940 
1.00 980 
3.00 3,000 
300.00 _ 600 
14,520 

32050 

17,570 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND LIGHTING - COSTS BY STREETS _. 


WARREN STREET 


From Dale to Walnut (wP402—2 & 4) 


BOUNDARY 
UNIT 

ITEM UNIT QUANTITY cost TOTAL 

Standard and Bracket - In 
Place EA 20 350.00 7,000 
Luminaire - 400 Watt, M.V. EA 20 150.00 3,000 
Conduit - 14" W.I. LF 1,400 3.00 4,200 
Cable - Lateral | LF 1,400 1.00 1,400 
Cable - Main (Use Exist.Conduit)LF 1,250 3.00 «32750 
Manhole EA 2 300.00 — 600 


19,950 
Contingencies, Unit Cost Increase, Engineering - 21% 4,190 


24,140 


USE $24,100 
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PROJECT IMPROVEMENT REPORT CODE NO, R-224(4) 
EXHIBIT "B" - STREET AND LIGHTING - COSTS BY STREETS 


WARREN STREET 


From Walnut to Regent (WP402-2) 


BOUNDARY 
UNIT 

ITEM UNIT QUANTITY COST TOTAL 
Standard and Bracket - In 

Place EA Li 350.00 3,850 

Luminaire - 400 Watt, M.V. EBA er 150.00 1,650 

Conduit - 13" W.I. LF 770 3.00 2,310 

Cable - Lateral LF 770 bye $39 770 

Cable - Main {Use Exist.Conduit) LF 750 3,00 - 2,250 

Manhole EA 2 300.00 — 600 


11,430 
Contingencies, Unit Cost Increase, Engineering - 21% 2,400 
13,830 

USE $13,800 
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PROJECT IMPROVEMENT REPORT CODE NO. R-224(4) 
EXHIBIT "B" - STREET AND LIGHTING - COSTS BY STREETS 


0 a Se ee 
WARREN STREET 


From Regent to Dudley (WP402-1 & 2) 


BOUNDARY 
UNIT 
ITEM UNIT QUANTITY cost TOTAL 
Standard and Bracket - In 

Place EA 14 350.00 4,900 
Luminaire - 400 Watt, M.V. EA. 14 150 00m ooo 
Conduit - 13" w.tI. LF 980 3.00 2,940 
Cable - Lateral LF 980 1.00 980 
Cable - Main Use Exist.conduit)LF 930 3.00 2, 790 
Manhole EA 2 300.00 600 
14,310 

Contingencies, Unit Cost Increase, Engineering - 21% SSOLO7 
17,320 


USE $17, 300 
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